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Box 1 


Miscellaneous Correspondence Relating 
Primarily to Building Construction 
Alterations & Inspections, 1935-1937. 
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D«nTer| Colorado• U»S« Uint. 


Ccxsipertnont Grille Getes 
Vault No, 1, 


PB-3E-6-B 


Je&es D, Owone 


Driver» Coloiedot 

Hot ember £7| 1936, 


Superrlslng Engineer, 
Procureme nt DIt 1alon, 
Public Buildings Brcnch, 
Washington, D,C. 

Sir: 


Complying with request contained In letter 
PB-SB»6»B dated NoTember 23rd, to forward Contractor’s 
statenoit that the welding of Tault comparteent doors 
will be at no change In the Contract price - 

Herewith is Contractor’s stataaent dated 
September 11, 1936 that there will be no additional 
charge for field welding compartment panels end grille 
^tes under his contract to be installed in Va\H.t Ho, 1 
at Denver mint. Also copy of telegram dated September 
15t^ from Supervising Engineer stating it will be satis¬ 
factory to field weld compartment doors. 

Very truly yours, 

James D* Owens 


donsiruction iingln er. 



DMimirt ColoralOf Uint 


CGr»port(f9nt OrlXle Octoa 
VAult No* 


PB»3S»§<*B 


Jimoo D* Ovoao 


Dtoveri CoI&ri»&Oa 
Noresber £?» 19!^* 


Sttporrloinff Sn«ln««r» 
ProourcMB nt Dlv 1 si on» 
Pttblle Duil4iii«s Br£neh« 
WafdhlnFtoUt 0«C» 

Siri 


Conplylog wllih roquost oont&lnsd in latter 
detod No'v«Bobn* 23rd» to forward Contrmotor** 
ntwtontfit that thw veldin^ of T^ult oozaporteent doors 
vlll bo at no obeiiw^a in the Contract prioo - 

Berswith Is Contraotor^s atataksnt dstad 
Septaabar 11* 1936 that there will be no additional 
charge for field weldlrg ooiaportiaent pafisla and grllia 
gates under hie contract to bo Inetalled in Vault No* 1 
at 0 «iT«r Mint* Also copy of telagran dated Septeaber 
ISttf froa Supervieirsi^ ringlneer stating it elll be satla* 
factory to field weld ootupartcaent doors* 

Very truly youra, 

JaasB D* Owens 


doneiructio:. l^tie.ln cr* 



DENVER, COLORADO., MINT. 



TREASURY DEPARTMENT 

WASHINGTON 


PROCUREMENT DIVISION 
PUBLIC BUILDINGS BRANCH 


IN RCPLYING QUOTE THE ABOVE SUB 
JECT, BUILDING. AND THESE LETTERS 


PB- SE-6-B 


November 23, 1936. 


Construction Engineer Owens, 
United States Mint, 

Denver, Colorado. 


Sir: 

Sir: 

You are requested to advise relative to the subject matter 

telegram 

of letatxK to your office dated Sept. 15, 1936 , initialed 

PB-SE-6-B Forward contractors statement that the welding 
of vault compartment doors will be at no change in 

contract price. 

By direction of the Supervising Engineer: 

Very truly yours, 

A 

Superintendent of Project Management. 


JnjBOB D* Oven a 


Dvnrer, Colorado• 
October ?5, 1936* 


Mr. Ite. N. Collier, 

Otatriet Engineer, 

526 New Poet Office Bulldlmt. 

K«n»e« City, Ho. * 

Sir t 

« ^ ^ In coapllfnce with your inatruetlono of 

Inepeetlon of work 

Inatailed by E. Eurkhardt k Sona, oonaistlng of 

Oatee on Compertniente, Vault No. 

1, First Floor, Denrer Klnti 

Ihls la to certify that on October 23rd, 

I Injected the woric Inc tailed as mentioned above 
and fouM that it had beon constructed anl coiaploted 

epeclflcatlons, Addenda 

nd M6dlfloatlous thereto, and within the contract 
time - 46 calendar days from Septeaber 4, 1936. 

Conditlona of the contract ere cs followo: 

PROJECT - Vuult CompertKent Doors, Vault No. 1. 

U. S. Mint, Denver. ' 

COin*RACTOP •• E. Burkherdt k Sons Steel A lion WorVs Co 
DATE OF COKTRACT - Septembur 4th, 1956. * 

AMOUNT • flSeS.OO » «• 

NOTICE TO PROCIKD - Septoaber 4th, 1956. 

TIME TO RUN - 46 days from September 4th .1936. 

K'IRATION DATE - October 19th, 1936. 

PATIiCNTS ON ACCOUNT • Nothing ^Ptiymenta efter campletion 

W)f* CCMPLiTLD - October 16th, * 

MATl'ER'l PENDING - Nothing 

te^rn of Dlddere Certified check In the arnotmt of ^168.50 
hold ae guarsntse for pcrftrr er.ce of work. 

Enclosed signed Touch r for ♦1083.00 to cover Final 
PoyoicDt • 


WB. N« Collinr» 


2* 


*Rie iR>rk liaylog boon performed In accordance 
vith plana and apeelficatlonai and being eonplete 
end satlsfBotoT 7 in eTory respect, I hereby re- 
conmend its acceptance eni eettlensent therefor 
in accordance vllh contract terms thereof* 

Bespectfully submitted, 

Jones D* Owens 


i;onsiraciion Sngineer* 




THE 


Et^^NEBRS 


BESIQNBRS 



869 So. Broadway Denver, Colorado phone spruce 4451 


FABRICATORS 


ERECTORS 


SOLD TO 

YOUR ORDER 5,C#P* 

Treaeiiry Department, 

REQUISITION fXlS hHD 

U. S« iaat Scrwloe, 

DATE SHIPPEdIO—14^^6 

Demver, Colorado« 

VIA 

TERMS BilT JO 


ORDER NO. 

Oot* 14 • 9o Vaul% Cwspailanoct Door* a&ft itirtltlone 


A® ftuoifcoa iirocted ^16e&,00 


I eortify toat tha above bill Xa QoriKio^ toid ^at tUat 
papc^nt hac not boon rooeiTodj alao^ except as coted below or 

etherwlee indieated heareoii» tbe artoilee or waterlala covered by this 
lavoloo are of tho .growth, prodticvioa or awomfooture of the United Stetee. 


MEMBER 




THE S, BUiTKBAftDT 

By 


« 


Be Sax v» S* Governmect Piu^ohaee 

ALL AGREEMENTS SUBJECT TO STRIKES. ACCIDENTS OR OTHER CAUSES BEYOND OUR CONTROL 
WHEN GOODS ARE DELIVERED TO TRANSPORTATION COMPANY OUR RESPONSIBILITY CEASES. ALL CLAIMS FOR DAMAGE OR LOSS IN 
TRANSIT MUST BE MADE AGAINST THE CARRIER. 8% CHARGED ON OVER DUE ACCOUNTS. 


















Standanl Form No. I0d4a 
Porm approved by 
OomptroUcr General U. 0. 
June 18,1920 
(Revised August, 1930) 


Public Voucher for ; 


O.VoB. No.. 


(»'.«*„ Bran^h7 

U. S. ... treasury department Procurement Division, Public Works Branch _ 

Approp "7 


THE K. BURKBARDT k SDIJS ST?VL UlC- IRON OHKS (’0 


THE UNITED STATES. Dr., To.. _ 

869 South Broadnay, BeQTer^ (MfOrado 

Address 


PAID BY 


(For use of Paying Office) 


Payees Acd. No. 


Payee must NOT 
use this space 


Contract No. 
Activity 




^ Sept.4,26„ ,, 

Date__ Req. No. 


Date. 


For. 


Expendi¬ 

ture 

Symbol 


No. and Date 
of Order 


Date of Delivery 
or Service 


Oet. 


Contract amount 


ARTICLES OR SERVICES 

(Enter deecription. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 


Terms% Discount Cash . 


. days 



QUAN¬ 

TITY 


material 
recuired ^or 
Costpijrt* 


UNIT PRICE 


Cost 


5*or furnishing al!^ 
and perforTBlng 
the construct^f^^f'^l6 Vault 
Eient dcors Ko. 1, in 

Hint at.. Colorado. 


life ted. 

1^1 Poyneiit in full of acoount 
i^io psrtlt>l puyiicnte iiade on qontiniet 
Ix)thing retained* 


Per 


(This certificate not roQuired when a like certificate is made by payee on attached bill or bills) Final rsjUBUt 


[ certify that the above bill is correct and just, and 
that payment therefor has NOT been received. 


TOTAL, 


* Payee . 


Per. 


Title . 


AMOUNT 


Dollars 


1683 


Cts. 


Payee must 
NOT use this 
column 


00 


- 1885 00 


NOTATIONS 


(Additional statements by Department, Bureau, 
or Establishment, if deemed necessary) 


(Accounting Classification) 


(Payee must NOT use this space) 

Di^erencei:_ 


Account verified; correct for_$ 


(Signature or inltlab) . 


I certify that the above article! were received in good condition, after due inspection, acceptance, and delivery prior to payment as required by law, or the services performed 
stated; that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract in ooen 
ikel, and with or without advertising, under the circumstaneja staled m No.-... of “Method of or Absence of Advertising*’ shown on reverse hereof, and were ncces^ 


as 
market. 


for the public service; and that the prices charged are just and reasonable and in accordance with the agreement. 


tApproved for $. 


(Memorandum—Do not sign) 


t- 


CoTratT*ao 


Title. 


Paid by 


Check No. 


U, <t I on Treasurer of the United State* 

datea --- tor $- \ ,n favor of payee named above. 


Cash, $__ on. 


* Pay* 


ee 


* Wbec s Toucher to sisnod or receipted in tho nsmo of s company or corporation, the name of the person writing tho ooir- 

pany or corporate name, aa well aa tho capacity in which he sifcns. must appear. For example: "John Doc Company, per John 
eSth, Seoratary," or "Treasurer/* aa the caao may be. .... , . 

t If the ability to certify and authority to approTe are combined in one person, one signature only is necessary; otborwioc 
ths approring officer will aign in the blank spsoo below "Approved for S-/* and over his official UUo. 

sers iu i Mwi rsTvrme wrres 9—14161a 


(Memorandum—Do not aign) 


Per 


Tide. 



















































































































• METHOD OF OR ABSENCE OF ADVERTISING 

■ (Section 3709 of the Eevised Statutes) > r" 

1. After advertising in newspapers. — - - 

2. (a) After advertising by- circular letters sent to___dealers. 

(6) And by notices posted in public places. 

(If notices were not posted in addition to advertising by circular letters sent to dealers, explanation of such omission must be made. The 
W u certificate on the face of the voucher must be “2 (a) (hy* or “2 (s),” depending on whether or not notices were posted.) 

3. Without advertising, under an exigency of the service which existed prior to the order and would not admit of the delav incident 
to advertising. 

4. Without advertising in accordance with_ _ __ 1. 

5. Without advertising, it being impracticable to secure competition ' because of___ 




(Here statje circumstances under which the securing of comp>eUtron was impracticable) 


Note. The above fonnJ- Method of or Absence of Advertising’' is to be used when purchases are made or services secured under 

proper authority witliout written amement in any form. ^ . 







b.-; 


J 

i 


“I ri • .. 








: .1 


■ _ . - ^ l<r. 

rj lAicii'iv ' ^r..j ■ l. ici . ^}^ii ^-ir-i'locjr ^ 

ryrtfr .iswpii ,3Vi‘jtia J:^ ^ 

jiV fi ;* su [-.i. i :i) iis m 

fnuL<ai ' p «j u saiA.- 

































DENVER, COLORADO, MINT 



OFFICE OF 

DISTRICT ENGINEER 
6TH DISTRICT 

ROOM 526. NEW POST OFFICE BLDG. 
KANSAS CITY. MISSOURI. 


TREASURY DEPARTMENT 

PROCUREMENT DIVISION 
PUBLIC BUILDINGS BRANCH 
FIELD FORCE 
KANSAS CITY. MO. 

October 22, 1936 


Construction Engineer, 

TJ. S. Mint, 

Denver, Colorado 

Sir: 

1* Receipt is acknowledged of your letter of 
October 20 inclosing one dated October 15 from E. Burkhardt 
& Sons Sheet and Iron Vforks Company, requesting final in¬ 
spection of v/’ork under their contract for installing wire 
partitions, etc., in Vault No. 1, first floor, of the Den¬ 
ver Mint. 

2. This Job is not of a character that would 
Justify the expense of a trip to Denver by an engineer from 
this office, and therefore it will be satisfactory for you 
to maloB the final inspection. 

Very t^*uly yours, 

Distriftt’ Engineer 


m:FB 



DmVSR« COLORADO, UVST (BXT.A lOH*} 
Vmilt Qfttic* Std« 


DISTRICT ENGINEER 
ROOM 526 POST OFFICE 
KANSAS '.iry, M«c;?OURI 


Bmiab^r i, 1936 


•up»rfislii£ Wagin—r, 
PUbll« iuiXdiaea Branch, 
framtrmoent Dirltlaa^^ 
IRMhiiv^ton 

8iri 


!• Bafarenca !• maim to tho oontroot 
owdod topteabor 4, I936« to !• Borkter^t & 

So^o iB oi^lnol BBount of $1,6&6 Bar fbraiohiBC 
oil labor aad mtarUl aad porfomlng oil oork 
yoQulrod for tho oonotruotlon of 16 Twlt oongport* 
Btnt doom Ib Yiult Wo* 1 ttt tho Doaror Uiat, in 
•trlot BooordAnoo idth tpooifiootiono d«tod Jbly 
17f 1936* 


£• Flnol InopootiOB of fha mooral 
oontroot work «t tMo building imo o oror od in a 
roport dotod Oetobor 32, 1936, but ot tJ*t tint 
tho ooiitroot obeoo nontionod oaa not oonplotod ao 
that B flBBl Inspootioa oould bo nodo* Tho Co»- 
otruotioa Baglnoor tma dlrootod to note thio flBol 
inopootlon ood hla rtport dotod Ootobor S8 lo )«ro« 
to BttBOhod In duplloBtOf vhoroln ho nozttiono tlmt 
oil work lo totolly ond obU afootorlly oo8|)lotod ia 
BOOordBnoo olth oontooet roqulrortonto^ to whloh ho 
BttBOhod tho flnol poynont oouohoro ii»«lob oro oloo 
iaoloood in duplleoto* 

8* It lo roooano n dod that final approoBl 
of this oontraot bo aado« and thlo lottor aorooa ao 
tho fL-ial roport froB Uto Olotriot Offioo« 

Tory truly youro^ 

(sie»i£d) K. L HULLStCK 

Aotins Matrlot Ef^lrwor 


UHiPB 

Znola 


RADIOGHAlf 


Denver, Colorado 
September 12, 1936* 


Supervising Engineer, 

Public BulldlngB Branch, 

Procureaent Division, 

Washington, D« C* 

REPET?E!TCE TO CONTRACT S. BOREEL‘vRDT DATED SEPTEMBER FOURTH 
FOR GRILLE GATES DENVER MINT STOP 

CONTRACTOR REQUESTS Pt^FMISSION TO ARC WELD FRAME CONSTRUCTION 
AND FIELD ANCHORING IN LIEU OF STRAPS TAPPED SCREWED AS 
SPECIFIED STOP 

WELDS TO BE MORE IH/dJ EQUIVALENT OP FIELD ANCHORING. NO 
CHANGE IN CONTRACT AMOUNT STOP 

CUST0DD.N IN URGENT NEED OF OATES, RECOMf/END CH«*JfGS TO 
GET PROMPT INST/ILATION STOP 
INSTRUCT BY WIRE MONDAY IF POSSIBLE. 

James D. Ovens 
Construction Engineer. 





* 


mwam, Hat. 

npwcif 


lUMf 


r 


». iwrfckAvM A iM A«««l A Xm Kln« 

s«xar«ii». 


&• mA« t« |h» m S«p»—>»r 4, ISM. mt 

1» MMnat HySMUOO^ f*r MasAnMl^a i# tnnit 
is rmat M. I la tiM AIM M 


«il« M*FtoM a«atoA tAM il m AaaM aa «Aa apaainaatiaa 

Uak^it^alr^rLl^aiLil* "IJ faUa* %a aaatiaa 

11 mm mlmm AaaaA aa lAa aAlaaAMi itedrata af Jmijr j§ xtg§ 

(M a rayt »4 aS aMaA jraa aalMXaMa«) aai ika aJl aaai^aaaa 

la nr—fil aaA aavraatal aaoavAiailji ail mtamm Uwm mi aaa41- 

llaaa la ——•--« ”** 


C«flM of lUa la«t«r aaa Mlai a^H %# lAa MatvAal 
%Aa Oaaalaawtiaa faaiaaay al tM AailAU^. 

Ir Aivattiaa af «Aa ia a ra t aty. 


▼•rjr tndjf 


MlataM laaaaliaa OfTiaaa. 




ItiiK 


'sOPy fcr Cjfusiii vwior. #.. •'>« 
-lio i* directed to ce’^-j ei.w 
41C vou:he.i accord ng *. 

V; ’-ANOLDS 

; ^ -o' Procurem-.i 

I oOrks B aikb- 





*• A MmI a IrM «k«. C®., 

C«l«r« 4 ». 


Jmv A«i«A JmXw *», IW, ite f 

AdTMrtiMMMt hiA f#war4#d la tte 
latter 9t "afMt 4. la aaat t oaa flMMaai tla K 
AaUara (fl,fi6«00}, 1« hn^ 


(i) 


fWt «—pt eaea oeem ftaralaMac all Ufcar aaA aatarlal 
***_ J**f’»*»»laA all wai^ raamlrai far tAa omstraatiaB af lA 
▼wat nnpiirtMt 4eera la mat la. 1 U ikt 40*1 at laarar 

’“r*;?®* ““ ■PMine.H.. tMnf) ’ 

tatat ^alj IT, 1991 ^ aad tha laattarUaaa af tka 

rapraeaatatlra la aaafaraltj tkaraaltk. 


. . ^ •• aa^lataA attlda tartf«Fiaa (41) fl ea tar 

t^a fraa tte Aata af raaalft ^ aatiaa ta praaaaA, w*l tkla 
aa^taM la aaak aetloa. P&aaaa adtaarlataa. aJrtar tka 
taflatta Aaia af Ita raaalyA. 


af jraar 

faalarj aaaplatlaa aaA 


aiU ta kaU aatll tka aatla- 
la af tka rark. 


... *• aoiiplaUa* aal aacaptaaaa af 

aaffc fkaa tka appraprlatlaa, •2Xm Tariaaaj CaaatraatlM 
af fiklU tnitUa., tat faaa li, 11A4-. ^ 

lattar ara kaU( aaat ta tka Blatrlat la«l. 
a*4 tka CMatraatiaa fiattaaar at tka kailAl^. 


Ar tiraatlaa af tka SaereUrj. 


Ta y trvly 


Itlq. imgB Ik ayae. IA.00 


kaalataat iMatttiaa offi 


fy. Ba f.1.91 #9 


Transmit ting Check Deposit U* S. Mint, oenrer, Colo. 
On Grille Gate Contract. 


J'eBies D* Owens 


Denver, Colorado 
August 26, 1936. 


Supervising Engineer, 
Public Buildings Branch, 
Procurement Division, 
Washington, D. C. 

Sirs 


Conceming bids for Compartment Grille Gates <- 
first floor. Vault Mo. 1, Denver Mint, Tranoaitted 
my letter August 4th, 1936 • and your Informetlon to 
Miss Ross, Mint Director, that you were endeavoring 
to have Low Bidder, Messrs. B. Burkhardt & Sons forward 
Bid Deposit as guaranty. 

Herewith is low Bidders Certified Check in the 
amount $166.50 to serve as guanamty in performance of 
work. 


This Check is being sent to you air mail with 
request that award and notice to proceed may be made 
at once aa the Mint Custodian is in urgent need of 
seggregetion in Mew Vault. 


Tours very truly, 
Jemes D. Owens 


^nairuetion Engineer. 




mwtwk, MXaf, 


Aiaia% 14 , ItM. 

^•••*•1 rjrp«QM4« 


• !«. 0... 


kutr**rtri^ 

If fW.fW0m%B •t pm^Xipii 

y>^ui®«u««4 WMt iF«M m*t •molmw 
i# Mi lai*pr»r« viik pMMAt i«Wr ^I 41 m^ 


A«Ua4 ^qi«PPltla« Vm^mmmr, 


OoaflrMiiori. 


Copjr DK. 

Far.? •WARAm.-lf kid aaoiiiita to #500 or aoro oad it lots 

^ ooooi^onltd Iv o oortlfiod okook. 
oothior't okook, moat/ ordor or U.f.3oT#»rMtnt koadt in 
OMuai OQual to at laatt toa par oont of ta# kid at 
iaotviij iaturo tko tailtfaoior/ Dorforaaneo of tao 
work. Bid bondt will aot bo aoeoptabio. A foraal 
oontraot vill not bo roquirod.• 


Par. 


dSt •IPtCIAL kOTIOC^-Biddora kro roquottod to fully 
lafora ihoatolvot of tbo oondlUont rolatinc to oonotmo- 
tlon and labor undor vnioh work it now koina parforaod 
at tbo building, and tbit eontraetor autt oaploj tuob 
ao^odt and aoaat in tbo oarrjring out of bit work at 
will aot oauto oajr iatorruptioa or iatorforenoo with 
an/ otbor oontraotor.* 


alb 


Ob/BA 


Sd 8-14*34 #3 


DOmit» 00L0«» KZHT 
TiDLT OOWPAtm^XT DOOaS 


ADDIHDUll lO* 1 TO THl aPKITICATIOHS DiTXD JOLT X7, 1096 TH* 
C 0W3TB UCTI0M Of imvt COWPARWTWT DOORS ZR m U« 5« MOT AT 
DEMTin, COLOl&DO* 


TREASUBT omimiOT, Vxwmumment 
Dtrisioa^ Pnblio Bulldinipp Rraaeli^ 
Va^lngtoiiy D. C«p T7» 1056* 


Bidders ar« InfbaMd that th« aboT* aanad Spaaiflaatlon 1# 

BarAx Hodlflad aa fMXlowat 

Za paraxraiph 8. and aa ahaan an plm Bo* Chan^se tha 

first aanWnaa to raadX "QrlXXa aanoXa of doors and aaraaaa 
ahaXX iM Bo* 10 tanflo, BRIGHT UAliKST, StaaX lira arlapad sM aovaa 
to a 6/6” aqaara aaah, idth anda of tha airs lat Into tha trmm» 
and tunad ar haadad*” 


t aaknoidadga an tha attachad fora tha raaalpt of 


W* Z* R^nnolda 

Aaalatant ^draatar af Proouraarat^ 
PabXla BttlXdiagB Braoeh* 


BSddara i 
this Addand' 


RECEIPT IS ACKNOV.LEDGED OF ADDENDUM NO. 1, DATED 
July 29, 1936 TO THE SPECIFIC ATE 0 NS FOR THE CON¬ 
STRUCTION OF VAULT COMPARTMENT DOORS IN THE U. S. 
MINT AT DENVER, COLORADO 


Signature of Bidder. 


NOTE: BIDDERS MUST ATTACH THIS SHEET TO THE 
SIGNED 'FOW. OF BID SUBMITTED . 




Radlogras 


DenTer^ ColoraGOy 




£0» X9$6« 


Dir«etor o* tho Miat 
^^obixfrtonf 1)« C« 

Plana and 8p.9clfic^itioa8 for doore tiui panels in H & R working vault 
received Conatructlon Ktiglneer* Deaign to bo constructed of No* 6 wire 
with a two Inch aoah. Thla conslmctlon wholly Inadequate eial of no value 
and will be a waste of money to laatcll^ln&aauch as we hsve thousands of bara 
a»ai enough to pass through a meah of this siae* Solid panels a»5 doora, 
aane as Inat^^lled In aub-basc.sent vault Ro* l^nuch preferred* 

If funds are not available for this type of construction and wire nesh 

■ust be jwbetituted It should be not less than No. 10 steel wire with not over 
s/d Inch Besh* 

Doors aho'.ad be reinforced irith adequate diagonal bracing to stiffen 
then In order to fJti nd constant use to which they ^.111 be subjected* 


Skinner^ Superintendent* 


RAD lOGRAM 

Denver, Colorado 
August 25, 1936. 

Director of the Mint 
Washington, D. C. 

Bids for compartment grillegates, first floor, Vault No. 1 
forwarded Procurement Division by engineer in charge August 4th, 

AND recommendation FOR REFINING SCREENS AND GRILLES SENT AUGUST 8TH. 
No award yet made for vault grille gates NOR ACTION TAKEN ON 
refinery grilles. In urgent need of first floor vault No. ^ and 
necessary TO HAVE GRILLES INSTALLED AT EARLIEST POSSIBLE DATE, 

Would appreciate your having action both items expedited. 

HiNRfCHs, Acting Superintendent 


confirming. 


radio gram 


Superrising Rnglneer, 
Public Buildings Bran 0^1 • 
Procurecent Division, 
Weshlxigton, D*C« 



REFER^CB BORKHARDT BID FOR COMPARTKSNT GRILLE GATES, 

FIRS' FLOOR, FAULT ONE, DETIVKR BINT STOP 

CERTIFIED CHECK AS CSUARANTI WAS AIR MAILED AUGUST TWENTY EIGHTH 
STOP CUSTODIAN IN URGENT NEED OF GRILLES* STOP 
PLEASE NOTIFI CONTRACTOR TO PROCEED WITH WORK AT THE 
EARLIEST POSSIBLE M(»IKNT. 


James D* Owens 
Ck>nstruetion Engineer* 





^enanlttlng Bids; 


D«iir«ri Coloxtkdoi s« Hint 


ra-3»»6B 


Dttcror^ Colorado 
▲uguot 1956* 


SuparTlsing BoglneoPi 
Public Bullunai Branchi 
Proeuraaeot DlTi8ion« 
WaahingtOBit D« C* 

Sir: 


CcHBplyln^ with inatru^tioss contelnad in 
Hle^t Letter F^5»6B, dated my 17. 1926 
to obtain and forward ooBpotitlTc Bias tor 
ComparUMO t JoorSi Vault One U« S« fi£int» based 
on plen 1-F04 end the speoifioations - 

Be edwised three bidders were inrited end 
Public Notice posted on Bulletin Board at U*5« 
Post Office, Denver, Colorado on July 27th, 
for opening of bids August 2rd, 2:20 F*ll« 

Plena and speoificationa ware honied out 
to five proapsctive Bidders, 

Bids were opened at Construe tion £ngixieeri 
Office, U, S« Mint, .Danver, August 1st, 2tS0 P,M* 

The following was the result • 


Three sealed Bids received and opened In 

the presence of M, H. White# 

■> 


Bidders Bid Aaount 

Mld«»WeBt Steel 4b 

Iron Wozlcs Co# $2922#00 

1# Burkhardt & Sons 1665#00 

7#J#ICirohhoif Constr# Co# 2661#00 


Bid Oucrantee 
.certified 

#900#/oheok; attached 
No Guarantee 
No Guerentee 


All papers concerning these Bids, together with 
copy of Addendun No# 1, are being forwarded to you 
Air MeU. 

Very truly yours, 

Jfimes D# Owens 


donstruo ilon Engineer 




L /2<. ^ ^ 
































































Pfi ss 


S B 




COLORADO, urn. 


July 24, 1934 
G«iisrai 3,xp«iiA*«. 


Coostriittion Ovens. 

United ^tetee 
Denver, Colored^. 


Heferenee previous correspondence end plans and specifleatlon 
vault ca»part>>‘ent dcors Denver lilnt change nesh to fl^c slghths 

nuLiber ten as requested hj Si^erlntendent 
Oklaner and obtain coapetltlve bids and forvard by air mil 


Supervising Hlnglneer 


CONFIRMATION 





4 


CC:D£ 


FR0CUK«3fKNT DiTlSIOtt 


MW W A A/Jk V A WA WHH 

PUBLIC WJILOIlWr BR/JfCIL 
OFFICE OF mn C0N3T'-UCW( 


u*s. ulur. 


;0R SMaZXlKR, 


0S9FBR, OOLOBAIX)* 

JOLT mb* 1936. 


SCALED BIDS« IN TRIPLICATE SUBJTBCT TO THI CONDITIONS 
CONTAINID HIR7IN ?fILL B3 RECEITO UNTIL 2f30 PJ«., 


T 3rd» X936, AND THKN PtJBLICLT OPENED, FOR 16 VIRS 


A1 


MSSH FAULT COttPiRTMrNT DOORS, IH THE U. 3. NIST AT 
DEliFER« COLORADO. 

DHAWINO AND SP8CIFICATI0N3 MAT BE OBTAIKED FIOH THE 
CONSTRUCTION E!9ai!fE£R AT WK U«S. MINT BUILDIHI 
BETWEEN HOURS OF 8:00 A« M« AND 4l00 P.M. 



Dvdtbt, Coloreda 






D?JiV .a 


COLOR..DO.. MINT. 


KlOill :.wTT^ 


my 17, 1935. 


Gcnsriil F4xpea8«s« 


Conatruetion J^Dglneer OneBa, 
l^Aited Statat i‘iQt, 

DtnT«r, Color*dc* 


To ^8 Juoc fourth and July fouptcanth and offlea tala|p*aB 
my flftaanth all rafaranca coApartaaat door* vamlt ooa 
iDenyer Mint dr^yicgji and sp«cin eat Ions bein^ sent you 
alraall to obtain eomretitlT* bid* In uaual aaniiar and 

praaant eontraetor* and other flrsaa parfonslBr 
thia kind of work to bid 


Japerlotaudeot of xrojact Xam^a^irb 


By direction of the Gupervising Engineer. 

CONFIRMATION 


CC:DE 
CC:Soaggs 
CC:SA-AB - 


aend specifications and drawings air mail 
expedite specifications. 


K 



!?EB:sb 










4 VC 7^ 


•tv V- 


VvC|j?-<i. 


_ CSdil£> i/x^s^ _ 

' ' ~ - 

. -fctea^ ^^-VUuXw 




F, J, Kirchhof Construction Co,, 700 Lawrence St, 
Mid-V/est Steel & Iron Co,, 25 Larimer St. 

Burkhardt & Sons Steel & Iron V/orks , 86 9 So. Broadw^ 

L ’ OTiib Calabra, 420 4 Puuului OL. PBini 'g i . 

Minneapolis Steel & Machinery Division, 1501 Wazee St. 















RADIOGRAM 


JenT«rt Colorado 
July 13, 1936 


Supervising Engineer, 

Public Buildings Branch, 

Procurement DlTlsion, 

Washington, D*C« 

Reference to Superintendents request for sixteen bln doors, 
first floor. Vault One, Denyor Mint, trensBiltted June 
fourth Stop 

Mrs. Ross wired JUne Twenty^soTsnth Drawings being prepared 
and definite Information would follow Stop 
No autharlty reoeiyed to date Stop 

If doors are to be furnished under present contract necessary 
to hawe drawing? and authorization Immediately* 

Jenes D* Owens 
Construction Engineer* 




RAD I OGRAM 

Washington, D. C. 

June 27, 1936 - 12:04 AM 

United States Mint 
Denver, Colorado 

Locker room plans and doors for compartments in helter and refiner's 

ROM VAULT BOTH APPROVED. DRAWINGS BEING PREPARED AND DEFINITE INFORMATION 
WILL BE SENT ABOUT NEXT WEDNESDAY. CERTAIN THAT TV/0 ITEMS WILL BE CONTRACTED 


O’Reilly. 


Received 
June 29, 1936 
8:45 A.M. 


15-51 


Ereasiurer of tte States! 

(FOR FILE OF DISBURSING OFFICER) 


COPY OF CHECK DRAWN ON 

tKreasJurer of tfie ?Hniteli ^tate^ai 

(FOR FILE OF DISBURSING OFFICER) 


Symbol 95>132 

1823617 

15-51 


f 

jTaiBes D* Ovens 


jMly 28, 1936. 




Mid West Steel & Iron Works, 
25 Larimer St., 

Denver, Colorado. 

Gentlemen: 


Attached herewith are plans and specifications 
for the installation of 16 grille gates to be installed 
across storage bins of Vault No. 1 on first floor level, 

U. S. Mint, Denver, Colorado. 

You are respectfully requested to submit us a bid 
in accordance with the Bidders Instructions, Plens ft Specifi¬ 
cations; sealed bids to be opened at the officeof the 
Construction Engineer, U. S. Mint at 2:30 P.M. Monday, 

August 3, 1936. 

Please note that Addenda No. 1 is to substitute 
#10 gauge crimped steel wire, woven to a 5/8 of eh inch 
diamond mesh, for that required under paregraph 8 of the 
Specifications, and so noted on the plans. 

Thinking you in advance for your usual hearty 
oo-operation in the matter, I am 

Very truly yours, 

James D. Owens 


iJonsirucilon Engineer 


Plans and specifications delivered Tuesday, July 28th 










i«j 


„ . “{tpe Sfcwittp #W' ^ . 

^ duZ^, 




<k.ow ecHCtfvr vcconMXi.«e okaJCtD 


/f €<>■'■ f^) n «« S^w ^iw* 

9/ a •sp/l’i^ HCCK Dt$VMM OM 





COPY OF CHECK DRAWN ON 

t!Dt0a£{urtr o( tfjt 1551 

<FOR GENERAL ACCOUNTING OFFICE) 


Symbol 95-144 


N? 1339927 

COPY OF CHECK DRAWN ON 

CreaiSurer of fHniteb ^tatesJ * 5 ^' 

(FOR GENERAL ACCOUNTING OFFICE) 


Jcmc D« Owans 


July 28, 1936. 


Burkhart Ik Dona Steel & Iron Works, 
869 So. Broadway, 

Denyer, Colorado* 

Gentlemen: 


Attached herewith are pli^e and epaelficetions 
for the Installation of 16 grille gates to be Installed 
across storage bine of Vault No. 1 on first floor level, 

TJ. S. Mint, Denver, Colorado. 

Tou ar« respectfully requested to submit us a bid 
in aoconiance with the Bidders Inotioiotions, Plans & Speclfl- 
oationsj sealed bids to be opened at the office of the 
CojLjstruction Sngineer, U. S. Mint at 2:30 P.M. Monday, 

August 3, 1936. 

Please note that Mdenda No. 1 is to substitute 
J^IO gauge crimped steel wire, woven to a 5/8 of an indi 
dianond mesh, for thf t required under paragraph 8 of the 
Speolfloations and ao noted on the plans. 

Thinking you in advance for your usual hearty 
oo-operation In the matter, I am 


Very truly yours, 
Jeoies D. Owens 


Consiructlon 



Plans and specifications delivered Wednesday, July 28th 



James 'D« Owens 


Jvily 88, 19^6* 


F« J« Klrchhof Construction Co*, 
700 Lawrence St., 

Oenrer, Colorado. 

Gentlemen: 


Attached herewith ere plans and specifications 
for the Installation of 16 srille gatsB to he installed 
across storage bdns of Vault No* 1 on first gioor level, 

U, S. Uint, Denver, Colorado. 

You are respectfully requested to submit las a bid 
In accordance with the Bidders Instructions, Plans it Speci¬ 
fications; soaled bids to be opened at the office of the 
Construction Sngineer, U. S. Mint at C:S0 P.M. Monday, 

August 3, 1936• 

Please note that Adbnda No* 1 la to substitute 
#10 gauge crimped steel wire, woven to a 5/6 of an inch 
diamond mesh, for that reqtilred under paragraph 8 of the 
Specifications aztl so noted on the plans* 

Thanking you in advance for your usual heirty 
oo-operation in the matter, I cm 


Very truly yours, 
James D* Owens 


dons triui ion l^ngineer* 


Flans end specifications delivered last Monday, July 27,1936* 



]k»ohQnloel Equipment 


ColaradOi U* S« Mint 


Denrer, 


PB-Sir-6B 


J^jsss D« Owens 


Denver, Colorado 
August 8, 1936• 


Supervising Engineer, 
Public Buillings Branch, 
Procuranent Division, 
Wsshington, C« 

SiP! 


In reply to your letter of July 31st oonoerning 
suitable grilles and screens for the eleven exterior 
wlndcers on the second floor of the Denver Mint extension 
end the corrosive action on aiftidtar noterial not being 
satiefictory in other locations. 

Tor your further infomation on this subject 
herewith attached is a letter from the Acting Superin¬ 
tendent, also one from Mr. M. H. White, Superintendent 
of liachlncry for this building, giving their experience 
with such DC tori q1 in this particular loccslity* 

Judging tTorr. their pest experience with such mettors 
it would appear that whet they requested on July isth would 
suffice their needs for a conalr'erablo time to cone* 

Respectfully eubnitted, 

James D« Owens 


(/onstruction Engine or. 




DmTert ColoradOf U»3« Mlnt« 

Transmitting ProposcQ. 

Stael Wo Ik* 


PW-SMB 


Jamas D* Ovens 


July 189 1938 


SaparTlslXR Engineer^ 
Public Z^lldlngs Branchy 
Procurement Dirislony 
Danyary Colorado* 

Sir: 


With reference to the work of extending and 
renodellng the U* S* Minty Danyer* ColoradOy con¬ 
tained herewith la a letter from lir* Mark A* Sklnnery 
Superintendent I requesting that suitable grilles and 
screens be deeignedy proylded and Installed oyer the 
eleyen exterior windowsy second floor of the nee Mint 
extension* 


The eontraot plans ana speCiWlcations for the new 
extension did not proylde any grilles or screens for 
the second stoiy exterior windows* 


Ponds being ayallable* I recommend that a design 
be worked out for e aultable grille ani screen with 
separete frames for these openings - bearing In mind the 
olse of the openings y design of MuUion leones in plaooy 
tha exterior appearance of the building Bid the'basenent 
end first floor grilles Installed* 


The Mint Superintendent will be satisfied with a 
grille of three quarter round steel bars placed Into a 
suitable frcme on about Si” ©enters ani some type of 
transoms cornice rail to harmonize with the roli as 
Installed on ^llles at the first floor la Tel* Par 
the crimped wire screen to be Installed between the exterior 
grille and existing wlnch>Wy due to the alzo aid height of 
the openingsy Its frame should be of rigid construction 
oce ered with not lees th n Bo* 10 gauge stael crimped 
wire screen not oyer meehy to preyent employees paselng 
objects thru to the outside of the building. 

The nature of the work end conditions are auch at the 
building that the work could be InattllL-d under tht^ preaent 
contract or at any tine thereafter* Howeyery should It be 


daoldsd to meSm it a piirt of this coutraot* eerier 
action on the iiatter will be xi 0 ee 88 az 7 so as not to 
delay the ocmpletion date of the present oontraot^ 
which is August 20 1 1936* 


Very truly yours, 
JawsB D« Owens 


Coneii'uouon ^gineer 



July 16, 19S6 


lr« J^es 13,' Ovens, 

Construction Engineer in 
Charge of Operations 
Denver, Colorado* 


De&r Sirt 


Herewith X am enclosing letter directed to me hy 
Superintendent of Building and Machinery, Mr« Marshall H* 
miite, and I desire to recommend that the request for screens 
and bars covering thes eleven vindovs in the Refinery be 
approved. 

X further desire to recomiaend that these screens be 
so designed as to add to and not detract from the architectural 
attractiveness of the v'lndows to be protected* 


Respectfully, 



Mark 


;nner. 


iperintendent* 


July 1956 


lfa:» ViLrk A* l%izmer« Superintendent 
United States Hist 
Denver^ Colsrado* 

Dear Sirt 

Z desire to recomend that the eleven (U) windows 
in the Refinery on second floor of the new addition be 
provided with grills to fit window openings^ to be con¬ 
structed of 5/4» round steel bars and covered with So.18 
steel crisiped wire screen -• S/4* mesh. 

It is necessary that these windows be so protected 
to prevent values being thrown therefron. 


Respectfully^ 



H. H. Shite. 


Supt. Building & Machinery 


my 1«, 1SS6, 


Mr# r, (1‘ 

Pflni5tn:r*Sv*»^j BSjgJ.t'rtr In 

£tav^f» C*7ii?r&tfo« 


iMbT Sfilri 


X 4Uc. ^AclOAdag Icttnr tilreotnd to m» l^y 
9ul.‘.v21i% xjoi UuaiiistinVf^ «idr« linr«heUll li» 
lUHfi 1 d^isirr. to Tv*.'^iim»ad th».t tbn i^.;.'jK7«t rar ttcraans 
«tBd \».rn cov. rict; ttifit «iXuvca wiadow* in thn b#* 

«Pi)roiMd« 

I furth«£' >f.9tirit to r«coMEi»iid tboi ihooo tereeno bo 
•« designod as to odd to and not dotr^et fron tho arcM.i'^otiSPal 
attrasiiTttwea of tho fiacopt to bo ;iret«ctod* 


Hos^otfuiXyii 




OFFICE OF SUPERINTENDENT 

UNITED STATES MINT 


TREASURY DEPARTMENT 

UNITED STATES MINT SERVICE 

Denver, Colo. 


April 7, 1956 


Mr* James D. Owens 

Construction Engineer 
in Chaxge of Operations 
Denver, Colorado* 

Dear Sirs 

The plans for the melter and refiner* s working 
vault in the new storage vault under construction show 
the major portion of the room to be divided in compart¬ 
ments with steel partitions, but no doors are provided* 
Doors are quite essential to the successful operation 
of a vault of this character* Unless these compart¬ 
ments can be closed, locked and placed under seal it 
will be necessary to weigh each bar of bullion contained 
in the entire vault at every settlement period, which 
would require an endless amount of useless work. I 
would therefore request that a suitable steel door, with 
lock, be installed on each compartment* 


Respectfully, 



Mark A, Skinner, Superintendent 





April 7, 1956 


Vr« C* Ovens 

Construction Engineer 
in Charge of OpariAtiona 
Denver, Colorado* 

Dear Sin 

The plans for the nelter and refiner's vorking 
vault in the new storage vault under construction show 
the najoi’ portion of the roon to be divided in conport-* 
nents with steel partitions, but no doors are provided* 
Doors are quite essential to the successful operation 
of a vault of this character* Unless these conpaxt— 
nents can be closed, locked and placed unaar seal it 
will be necessary to weigh each bar of bullion contained 
in the entire vault at every settlenent-period, which 
would require an endless anount of useless work* Z 
would therefore request that a suitable steel door, with 
lock, be installed on each conpartaent* 

BespectfuUy, 

laric A* Skinner, TOperlatendeat* 


April 19 M 


Vr* JiUM« D» Oweiif 

Conitruetlon Englnaer 
1b ChuTge of Oport-tiona 
Daovar, Colorado* 

Boar Slri 

Tho pUna for the oelter aad refiaer'a vrorklng 
aault iB the new atBroge ^xilt under coaatruction ahov 
the aajor portion of the rooB to be divided la eoaptrt- 
*1^ ateel parti tlona^ but no door a are provided* 
Boora ere quite eaaentUl to the auoeeaaful ^jeratlon 
of a vault of this oheracter* Oaleaa tbeae coepart- 
Bvata eaa be oloeed^ locked end placed uader aeel it 
alii be aeoea8c.r7 to weigh each bar of bullion eantaiaed 
in the eaUre vault at every aetUeBent period, which 
would require an eodleaa uKvunt of uaeleaa woric* X 
would therefore requeat that a aultable ateel door, with 
lock, be laatelled oa each conpartaeat* 


Respectfully, 




/^V«iUL^e^ 


dL^^X!€.S^ ^ 










.2^ 

0 ^^^^ ^ 2^0 yS^^ 



‘fci 1 ^ 













V 





TliuiX InsMotioB r) 8 nirer» Colo* U# 3* Mist AOdiiiozi* 

Burokhartt k Sobs Co&trtot Orlllo 
Doors Yeult No* I 9 Ist floor* 


JCBSS D* OVSOB 


2>«[iTsr| Colorsd Of 
Ootobor ao^hf 19:^0* 


Mr* Vb* N* Colliorf 
District Engine or, 

526 New Post Office Bl^g*, 
Kansss Cltyf Mo* 

Sir} 


In reference to the Contract with S* Burokhardt 
k Sons In Dsn Ter f Color adOf detsi Septenber 4thfl9;'6 
for supplying and ereetlng 15 grille git as and panels 
In Y^ult NO* If first flooTf Danrer Mint •• work to 
be completed In 45 days from Septenber 4tht 

Atta<died hsrewllh Is letter doted October 15th 
fron the Contractor requesting that flnol Inepsotlon 
be made of his work at the earllaat posolbXa dote* 

the Contreotor hoTlng oonplated hlo work in 
eoeordtnoe with the roqulren^nta end the U* 3* Mint 
force being wery enxloue to occupy the Trult blne| Z 
hereby oonour idth Contreetor's request thrt you sake 
final Inepeotlon at the earliest possible tine* 

Tory truly yoursf 

Jenes D* Owene 


Coneiruo ilon biginoer* 



RAD lOGRAM 


Washington, D. C. 

July 22, 1936 - 5:40 PW 

U CCHEtf¥r VCCOnMJ.IM-3 CtWCK) 

Construction Engineer Owens 

S. UNITED States M.NT^vUUt 01 (fiC *«' 

Denver, Colorado 

Ct CHE^K D -VM^f CIA 

Mr. Skinner wired Director of Mint July 20 plans and^specifictions 

J 4 000.15 

FOR COMPARTMENT DOORS DENVER Ml NT DID NOT GIVE WHAT IS DESIRED. CONSIDER¬ 
ATION BEING GIVEN REDESIGNING OF DOORS SUGGESTED BY HIM. DEFER 
FOR BIDS UNTIL FURTHER NOTICE. 


MellICK. 


Received 
July 22, 1936 

4:30 P.M. (t.oM ocMEBvr vcconminc oti-iCE' 


ot ®uittp 


12 21 
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NEW YORK OFFICE 
258 BROADWAY 
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Custodian 
U. s; Mint 


July 21, 1936 


PUBLISHED WEEKLY 


• 12 PER YEAR 


Denver, ^olo. 


Dear sir: 



Will you kindly advise us when you will open bids:for 
vualt compartment doors; recently authorized by the Procurement 
Division, Public Buildings Branch, Washington. 


ELB 


Very truly yours, 

U. S. GOVERIIMEIIT ADVERTISER 



3 / 






drllla Oates 


DenTeri CoXoracio U* S* Mint* 


James D* Owens 


Denreri ColoradOf 
September XIf X936* 


E* Burlchardt k Bone, 
869 Broadway, 

Dexnrer, Colorado* 

QentXeffen: 


In reference to your contract for erootlon 
of PiaielB k Orllles. Eiret Floor. Vault Ho* 1, Denror 
Mlntf and srmple hinge and pad lock submitted for 
epprowal by letter Septoaber 11,1936* 

For your Infomation. • Yele pad look 
No* 4B941 - If size with ohein and 3i»5i Stanley BB241 
Steel Buts, loose pftnsj proTldod pins are anchorod 
and 5 screw holes pi'orlded in hinge leaf on door sldej 
anl meet specifications, are approved for use iftiereever 
wteriala of such character are required by the contract* 

Yours very truly, 

jemee D* Owens 


donatruotion iiingineer* 



ENQlNfiERS 

DESmNBRB 


THE 



869 So. Broadway phone spruce 4451 


FABRICATORS 


efbctors 


£»jE;irrKR»ooi.@. 

Sdp't • 11} 1936* 


Mr, James D, Owen, Construction 2ngr,, 

U. S. Mint, 

Denver, Colorado, 

Dear Sir: Re: Vault Compartment Partitions & 

Doors for Denver Mint. 

We are handing you herewith, sample hinge 

and sample lock for which we request your written 

approval before order is placed for same. 

Yours very truly, 



member 



ALL AGREEMENTS SUBJECT TO STRIKES. ACCIDENTS, OR OTHER CAUSES BEYOND OUR CONTROL 
ORDERS FOR FABRICATED MATERIAL WILL NOT BE CANCELLED UNDER ANY CIRCUMSTANCES AFTER THE WORK HAS BEEN COMMENCED 





OrlXltt 0fit«9 


JtiiTart Coloradot Q« S* Mint 



Jenes D* Owcna 

OanTert Colorado• 
SaptcBber 11 th, 1976* 

B« Burkhardt k sonsy 
869 Broadway, 

Danrar, Colorado* 

GontlaaoBt 


In reply to letter of Sept, 11th requesting] 

(In Tlew of the time InrolTod) pemlssion to nee 5"-4*l ehannela. 
In lien of ehannele specified for conetmction of Grille 
Qete poete anl teadera on firet Floor, Vault One, Conpartnenta 
Denrer Hint* 

Be adrlced no objections arc interposed to use of 
said ohannct in lieu of that specified for the lork} projrlded 
there is ho Inereased coat in the contract cBiount{ and the 
aaterlala, fabrication and sethoda of aeataably meet plana and 
speeifioation requirements otherwise* 

Tery truly yours, 

Jsmes D* Owens 


Construction Engineer 



ENilOlNEERS 


K>ESI<i3NERB 


THE 


PcarwKi ^iRcaf ^iarass @ 

5, ornamental 



009 So Broadway 


StruCTURAL 


Iron for Buildings 


Phone spruce 4451 


]|]!>E;]!IY1CR.C<91.C». 

Sopif • IX ^ X93& • 


FABRICATORS 


ERECTORS 


li(lr. James D, Owen, Construction Engr,, 

U. 3. Mint, 

Denver, Colorado. 

Dear Sir; Re: Vault Compartment Partitions & 

Doors for Denver Mint. 

We are planning on using 3” - 4.1# channels 
in lieu of 2^** channels as shown on Government 
Blue Print and will use these at no additional 
cost in order that we may he able to make prompt 
delivery from Denver stock. The 2^” channels are 
not available in this territory and should we use 
same it will occassion a definite delay. 




ALL AGREEMENT* SUBJECT TO STRIKES, ACCIDENTS, OR OTHER CAUSES BEYOND OUR CONTROL 
ORDERS FOR FABRICATED MATERIAL WILL NOT BE CANCELLED UNDER ANY CIRCUMSTANCES AFTER THE WORK HAS BEEN COMMENCED 





Qrllle Oates 


Denyer« Colorado Mint Addition 


Janes D« Ovens 


Denrori Coloradot 
September 11, 19?6» 


S« Burlthardt k Sons, 
600 BroadwayI 
Denyer, Colorado* 

Oentlanen s 


Replying to your latter of September 10th. 
eoneemlng the use of 9/6" aquare nech 7oyen steol 
vlro panela In grilles coyered by your contract for 
panels end grilles on CompartBfnta, First FJ.oor, Vault 
!f6« 1, TJ* S* I'lnt, Denver, in lieu of Diamond Bfesh 
wire speolfled for eueh work* 

In this oonneotion you ere edvlsod that 
Addendum !k)* 1 to the Sx)eelflcations for eeld Orillos, 
ohanged the size of wire from Ho* 9 gauge d" diamond 
mesh, to a No* 10 geuge, "Bvlght Market Steel Wire" 

6/6" neah and paTmltted use of square veaye In llau 
of diamond required for tha larger wire* 

In ylaw of the sl^e, weight end treataaant 
these gates will be subject to* It would be advisable 
to build in some latteral bracing to pravant warping end 
sagging from use* 


Very truly yours, 
James D* Owens 


> Wlruoilon snginear* 




en<mneers 


DESIQN6R@ 



869 So Broadway 


Phone spruce 4451 


Structural 


5, ornamental 
Iron for Buildings 


THE 


FABRICATORS 


ERECTORS 


BJE1IYSK.COX.I), 

Sept. 10, 1926. 


Mr. James D. Ovens, 

Construction Engineer, 

U. 3. Mint, 

Denver, Colorado. 

Dear Sir: Re: Vault Compartment Partitions 

& Doors for Denver Hint. 


In accordance with your verbal instruc¬ 
tions, we have prepared shop drawings for the 
above installation on the basis of using 5/8** sq. 
mesh in the doors and partitions in place of the 
diamond mesh as specified for the reason that it 
is impossible to weave diamond mesh #10 wire as 
close as 5/8** centers. You will note that we have 
shown gusset plates in the four comers of the door 
to stiffen up same and prevent any possibility of 
sag on account of using the sq. mesh weave. You 
will note also that we have made some slight changes 
in the material for freimes and jambs in order to 
incorporate material which we carry in Denver stock 
euid thereby avoiding any undue delay. 

We are having our representative call on you 
with a sample hinge for your approval before we place 
order for same. 


We would appreciate it if you will look over 
this drawing and approve one copy and return to us 
at your earliest convenience. 



MEMBER 



ALL AGREEMENTS SUBJECT TO STRIKES. ACCIDENTS. OR OTHER CAUSES BEYOND OUR CONTROL 
ORDERS FOR FABRICATED MATERIAL WILL NOT BE CANCELLED UNDER ANY CIRCUMSTANCES AFTER THE WORK HAS BEEN COMMENCED 








DEFY’R COLCP ^0 MIKT 


' PB SI 6 B 
< 


bigit: lsttsr 

July 15, 1956. 
General Expenses. 


Construotlon Engineer Oveno, 
United States i/int, 

Denver, Colo. 


Yours fourteenth Denver iJlnt drawing prepared and 
speoification being written to obtain ooapetitlve 
bids for bin doors in first floor vault stop Should 
be finished within few days 


Superintendent of roject management 


By direction of the Supervising Engineer. 


CONFIRMATION 


CC:DE 

CC:SA-AE 


OT'.sb 




Washington, July 17, 1936. 


3s08 P.M. 


Engineer Owens 
U. S. Mint 
Denver, Colorado. 


Yours June 4 and July 14 and office telegram July 15 ap. reference 

compartment doors vault on Denver Mint drawings and specifications 

being sent you air mall to obtain competitive bids in usual manner 
invite 

and xatliy present contractors and other firms performing this kind 
of work to bid. 

G. Roberts. 


Received 

Denver Mint 6 A.M. 

J.K.L, 


RADIOGRAM 


Washington, D. C. 

July 15, 1936. 4:52 P.M. 


vcconm M<2 Ofee.iCE» 


Construction Engineer Owens 
United i>TATES •^int _ - 
Denver, Colorado. 


i)s §niit5p 




D? 


OH 


Yours 14 th. Denver 1 »^int drawings prepared and specifications 

COMPETITIVE y ’ ussiai 

BEING WRITTEN TO OBTAIN/]BIDS FOR BIN DOORS IN FIRST FLOOR VAULt. SHOULD* 


BE FINISHED WITHIN A FEW DAYS. 




G. R. Roberts, Superintendent 
Projects Manager 


Received 
July 16, 1936. 

8:50 A.M. 

‘■•-OB Gtir'eavr vcconwJL.fcto Ct'^icE) 

£tr'i«!ntci. 0{ fjp5 ^tatSS! IMI 







®reasiurer of tfie fHniteb ^fetates! 15^1 

(FOR GENERAL ACCOUNTING OFFICE) 


Symbol 95*121 

NV 1132497 

COPY OF CHECK DRAWN ON 

tKreaifttrer of tfjc tlnitefi ifetatetf 's*' 

(FOR GENERAL ACCOUNTING OFFICE) 


S. C, Form No. 7 


^t0ttal (flovp&, Staffs Army 

KADIO L3TAT10J4 W T S 

ISlrrrtttrii at f'i’. loga^j, colo, 

e 3 C591 V, u. »oi fM >g>T wu rtw amen- fvtm 

o4'A'VS .VA 29 TR3Y 1 EX NITE 19 

V.ASH l^lGTOiJ DC 450P JUL 15 1936 
co:jStpuctION engineer O'/.ENS 

U S MINT DENV'R COLO 

YOURS FOURTEENTH DENVER MINT DRAWINGS PREPARED AMD SPECIFICATIONS BEIE 
vRITTEN TO OBTAIN COMPETITIVE BIDS FOR BIN,DOORS IN FIRST FLOOR 
VAULT-STOP SHOULD BE FINISHED ' ITHI N FEW DAYS 
G R ROBERTS SUPT PROJECT MANAGEMENT 

535P 


TELEPHONED 855AM 16TH WA/H 







Superintendent 
United ■^ates Mint 
Denver, Colorado 


RAD I OGRAM 


Washington, D. C. 

'^ULY 17, 1936 - 2:53 P.M. 


Replying your wire of today. Procurement Division advises that 
PLANS and specifications FOR COMPARTMENTS WILL BE INVITED LOCALLY. 
Construction Engineer in Denver instructed by Procurement Division today. 
Please confer with him.^ 


M. M. O'Reilly. 


Received 
July 17. 1936. 
4:19 P.M. 



PB 81 6 B 


DIBTFB COLOBiDO MIIIT 


BIGHT 

Ittly BZ, 1956. 
Oiin«r«l ^zpcns98 • 


Construetlon T^inter rweiui, 
united ^tatea Klnt, 

|jaiiT9r» Colorado. 

^•ter Jkinai^r wired Director of Ulnt twentieth plana end 
apeoifloat Iona vault eoapartxaent doora Denver Mint do not 
£ive what la dealred atcp Conaideretion being giran 
redcalgn of doora anggaated by his stop Defer advertising 
for bids until farther notice 


Supervising i ngliieer 


CONFIRICITIOK 








* 

‘«^Wv •* 







CC:DE 

CC:SA-AS-Hart 


irSB:sb 




Radiogram 


■! 

! 

Washington, D. C. 4:40 P.il.? Cept.15,1956. 


Construction Engineer Omens 

Denver Min’ ■ 

A / 


Yours 12th Denver Mint Satisfactory ui£ld vault compartment doors provided 



Received Denver 
3:50 A.M. J,K.L* 





RADIOGRAM 


Washington, D, C. 

July 24, 1936 - 12:46 P.M. 


Construction Engineer Owens 

United States Mint . f * 

‘^ENVER, Colorado 

‘'efer previous correspondence and plans and specifications vault 
doors Denver mint. Change mesh to 5/8" and wire to No. 10 as requested 
BY Superintendent Skinner and obtain competitive bids and forward by 
air-mail. 


MellICK. 


Received 
July 24, 1936 
11:50 A.M. 


15-51 


tlteasittrer of tlie fHnitelt States! 

(FOR FILE OF DISBURSING OFFICER) 


N? 

COPY OF CHECK DRAWN ON 

flTreagurer of tlje IHniteli ^tateo 

(FOR FILE OF DISBURSING OFFICER) 


Symbol 95-121 

1132357 

15-51 


C. Form No, 7 


Signal (Htttps, Armg 

SptPittpb at ^10 STATION W T 8 
__ FT. LOGAN, COLO. 

' " — -■ L. - r-TT ^ _ c3~0g01 p.». w—*—ymm— 

31WVB WA 20 TRSY 

S. ^ 

WASHINGTON DC 440P SEP 15 1936 
CONSTRUCTION ENGINEER OWENS 

U S MINT DENVER COLO 

YOURS TWELFTH DENVER MINT SATISFACTORY ^ VAULT COMPARTMENT BOORS 
PROVIDED NO CHANGE CONTRACT PRICE STOP FORWARD CONTRACTORS STATEMENT 

that effect 


NEAL A MELICK SUPERVISING ENGINEER 


553P 


PH^'NED 630 A SEPT l6 T^ JKL/ BY FH/ 









DENVER, COLO., U. S. MINT 
VAULT Ca^/IPARTIVIENT DOORS 


SPECIFICATION FOR VAULT CCMPARTOENT DOORS IN THE UNITED STATES MINT 
AT DENVER, COLORADO. 


Procurement Division, 
Public Buildings Branch, 
Washington, D.C., 

July 1 7 , 1 936. 


Bidders are rei^uired to return the drawings and specie cations 
WITHOUT Harks, notes, or other mutilations. 


STANDARD GOVEFMIENT FOR/ OF INVITATION FOR BIDS 

(CcNSTH'JCTiON Contract) 


Procurement Division, 

PuDLic Buildings Branch, 

Office of the Construction Engineer, 

U.S, Mint. Denver, Colo. 

July 17, 1936. 

Sealed dids, in triplicate sugject to the conditions contained 

HEREIN WILL 3E RECEIVED UNTIL_1936, 

AND THEN PU3LICLY OPENED, FOR 1.6 Wl RE MeSH VAULT COMF’ARTMENT DoORS, 
IN THE U.S. Mint at Denver, Colorado. 

Drawing and specificati.ons may be obtained from the Construction 
Engineer. 


Construction Engineer, 
U.S. Mint, 

Denver, Colo. 


JPR 


(Over) 




COf'lf-e or PtAft9 A«£ «?£Q*/fc«T£D, A I5€P06lT WILL ^£ 

H£QU|«£D to l«eUB£ TM£in R£TO««. 

GUAfWlTEE WILL 0£ R£<l.»l«£D »ITH EACH Oir AS ^ 

(See rARA/SRAnH 8 or Ihstwctioms to ahc rAf-AGrATHs 

7 TO 11 or Geheral Req’JIRPaehts or the fs^cciricATKH*; 

Pe rO^iM^iCE 20HL WILL 3£ REOJlKEP AS rOLLOtSt ^ ^ 

TH£ /yAOOMT ^r THE COJiTRACT, If THE OOHTRACT AMOUNTS TO 92, W. 

OR fctORE# 

LIQUIDATEE damages rOR 15£LAV will 3£ AS JWVIOEE IN THE SPECiri- 
CATICAi. 

Partial payiaekts will hot 3£ waie. ^ 

(See Article 16 or contract as yoDiriEP dy the spec in cation.J 

Article on patents will hot oe male a part or the contract. 

(See directions on ?!ack or contract.) 

pRErERENCE rOR DOMESTIC MATERIALS IS REQUIRE® OY TITLE 111 Or 

THE Act or ^arcm 3, 1933* f^CLic ?». 426. 

Bids iaist 3E sudmitted upon the Standard Government 
and ir THE CONTRACT AMOUNTS TO S2,OOC/.CO OR ttORE^ THE S’JCCESS^L 

.ILL 5E BEHOiar TC EXECUTE TH£ STWICA.I a>vp««ENT FcW OF 

Contract rop G'^nstructiom, unless otherwise specieIcD. 

The Gov^RiMtEHT reserves the right to reject any or all 3118, to 
waive any iNrcaAALlTY IN 3IDS AND, UNLESS OTHERWISE _ _ 

the (30VERNMENT OP OY DIDDER, TO ACCEPT ANY ITEM IN 'J*®* 
or ERROR IN THE EXTENSION Or PRICES IN THE 3ID, THE UNIT PRICES WILL 

GOVERN. 


EhVELOPES CCXTAINIHS 3tSS MOST 3£ 8 EM.ee, UABKEE *ME ATDfiESSEE 
AS rOLLOWS. 


SID rop Vault Coupartueht Doors, Cowstwction Engineer, 

U.S. «iNT, Denver, Colo. (^S. Mint, 

Denver, Colo. 

To 3 E opehe d _ 

‘CTE.—See Sta^asard Gov£R?ni£«t Instructions to Bikers ani ccoy or 
the Stand/j^d Gdvermment Porl! or Contract, Sid Bcnt, and 
P cPrcRMANCE Bond, which may de cgtained upon application. 



at^^Hrn Form/ifo. t» 
«yihe frtaim 
«o»- J, 1*26 


STANDARD GOVERNMENT INSTRUCTIONS TO BIDDERS 

(CONSTRUCTION AND SUPPLIES) 


. ^^cp**‘»tion of bids.—Unless otherwise directed in the invitation, bids shall be submitted in 
p cate. Forms furnished, or copies thereof, shall be used, and strict compliance is necessary with the 
reqmrements of the invitation, these instructions, and the instructions printed on the forms. Special 

j exercised in the preparation of bids. Bidders must make their own estimate of the facilities 

an difficulties attending the execution of the proposed contract, including local conditions, uncertainty 
o weather, and all other contingencies. All designations and prices shall be folly and clearly set forth. 
Copies of the bids shall be identical. The proper blank spaces in the bid and guaranty forms shAll he 
suitably filled in. 

2. Labor and material not to be furnished by the GovernmenL—The Oovemment will not furnish 
any labor, material, or suppli^ unless specifically provided for in the contract. 

3. Signature to bids.—Fsich bid must give the full business address of the bidder and bo'signed by 
him with his usual signature. Bids by partnerships must be signed with the partnership name by one 
of the members of the partnership or by an authorized representative, followed by the signature and desig¬ 
nation of the person si gnin g. Bids by corporations must be signed with the name of the corporation, 
followed by the signature and designation of the president, secretary, or other person authorized to bind 
it in the matter. The names of all persons signing shall also be* typed or printed below the signature. 
A bid by a person who affixes to his signature the word “president,” “secretary,” “agent,” or other 
designation, without disclosing his principal, may be held to be the bid of the individual signing. When 
requested by the Government, satisfactory evidence of the authority of the officer si gning in behalf of the 
corporation shall be furnished. 

4. Bids for all or part.—Where bids are not qualified by specific limitations, the Government reserves 
the right of awarding all or any of the items according to its best interests. U^ess otherwise required in 
the specifications, bids for supplies shall be submitted in accordance with the numbered item or items 
given in the schedule. 

5. Alternative bids.—^Alternative bids will not be considered imlAsa called for. 

6. Specifications and schedules.—The specifications, schedules, and drawings which form the basis 
of any bid will be considered as a part thereof and will form a part of the contract. Copies of these papers, 
together with a copy of the standard contract form, including authorized additions or deletions, if any, 
will be furnished to or made available for the inspection of bidders by the office indicated in the advertise¬ 
ment or invitation. 

7. Corrections.—Erasures or other changes in the bids must be explained or noted over the signature 
of the bidder. 

8. Guaranty.—Where security is required to insure the execution of contract and bond for per¬ 
formance of the service, no bid will be considered unless it is so guaranteed. The bidder, at his option, 
may furnish a guaranty bond, a certified check, or deposit, in accordance with Treasury Department 
regulations, United States bonds (at par value) as security in the amount required: Provided, That where 
not in conflict with the law, the bidder may be limited to the option of furnishing a certified check or 
United States bonds when the amount of the security does not exceed $1,000, notice of such requirement 
to be given in the invitation to bidders. 

In case security is in the form of a certified check or United States bond, the Government may make 
sruch disposition of the same as will accomplish the purpose for which submitted. CJertified checks may 
be held uncollected at the bidder’s risk. Certified checks, or the amoimt thereof, and United States 
bonds of unsuccessful bidders will be returned as soon as practicable after the opening, jo-ma 


(1) 



U. Sudlrh'Mcy of KuaranforN and Hurctica.—Tho bond of any aurety company authorized by the 
So<Tci,iiry of (,iio 'rn'tiHury to do biiHincsa, or of two responsible individual sureties, will be accepted as 
Hcciirily for any bid or contract. IndividuiJ guarantors or sureties must make the affidavit appearing 
«»n (fn‘ bond as to their sufficiency and furnish tho certificate of a judge or clerk of a court of record, a 
Unite<l States district attorney or coiriniissioner, or tho president or cashier of a bank or trust company. 
Individual Hureties sliull justify in sums aggregating not less than double tho penalty of the bond. 

10. UcKtrirtionH oh to guarantors and sureties.—A firm, us such, will not bo accepted as a guarantor 
or surety, mtr a [)artncr for copartners or for a firm of which ho is a member. Stockholders of a corpora- 
ti»in may b<j accept(al as guarantors or sureties provided their qualifications as such are not dependent 
ui)on tlieir stock lioldings therein. Guarantors and sureties, if individuals, must be citizens of the 
Unittal States, except that sureties on bonds executed in any foreign country, the Canal Zone, tho Philip¬ 
pine Inlands, Puerto Itico, Hawaii, Alaska, or any possession of tho United States, for the performance of 
contracts entered into in these places, need not be citizens of the United States, but if not citizens of 
tho Uiut<>d States must bo domiciled in the place where tho contract is to be performed. 

11. Seals on bonds." When tho principal, a guarantor, or a surety is an individual, his signature to 
a gtjaranty or bond snail have affixed to it an adhesive or scroll seal. If executed in Maine, Massachusetts, 
or Now llumpshiro, an adhesive seal is required. Corporate seals shall bo affixed by corporations, 
whether principals or sureties. 

12. Marking and mailing bids.—Bids, with their guaranties, must bo securely sealed in suitable 
envelopes, addre-ssod and marked on the outside as required by the invitation. 

13. Time for receiving bids.—Bids received prior to tho time of opening will be securely kept, 
unopened. Tho officer whoso duty it is to open them will decide when the specified time has arrived, 
and no bid received thereafter will bo considered, except that when a bid arrives by mail after tho time 
fixed for opening, but before award is made, and it is shown to the satisfaction of the officer authorized to 
make the award that the nonarrival on time was duo solely to delay in the mails for which tho bidder was 
not responsible, such hid will bo received and considered. No responsibility will attach to an officer for 
tho prornuturo opening of a hid not properly addressed and identified. Unless specifically authorized, 
telegraphic bids will not be considered, hut modifications by telegraph of bids already submitted will be 
considered if received prior to tho hour set for opening. 

14. Withdrawal of bids.—Bids may be withdrawn on written or telegi’aphic request received from 
bidders prior to the time fixed for opening. Negligence on the part of the bidder in preparing the bid 
confers no right for tho withdrawal of the bid after it has been opened. 

15. Bidders present.—At tho time fixed for the opening of bids, their contents will be made public 
for tho information of bidders and others properly interested, who may be present either in person or by 
representative. 

10. Award or rejection of bids.—Tho contract will bo awarded to the lowest responsible bidder 
complying with conditions of the invitation for bids, provided his bid is reasonable and it is to the interest 
of the United States to accept it. Tho bidder to whom the award is made will bo notified at the earliest 
possible date. Tho United States, however, reserves the right to reject any and all bids and to waive 
any infonnality in bi<ls received whenever such rejection or waiver is in the interest of the United States. 
It jJso reserves tho right to reject the bid of a bidder who has previously failed to perform properly or 
complete on time contracts of a similar nature, or a bid of a bidder who is not in a position to perform 
tho contract. 

17. Time of performance.—When not othenviso specified in the invitation, the bidder must state 
tho least number of calendar days (counting Sundays and holidays) after date of receipt of notice to 
proceed, in which he will commence performance, and tho number of calendar days (counting Sundays 
and holidays) thereafter in which he will complete. In stating time the bidder should make due allowance 
for probable difficulties which may bo encountered, io-hti 


(2) 


18. Oidderf interested in more than one bid. —If more than one bid be offered by any one party, by 
or in the name of his or their dork, partner, or other person, all such bids may be rejected, (Sec. 3722, 
R. S.) This shall not prevent a bidder from proceeding under paragraph 5 hereof, nor from quoting 
different pricss on different qualities of materi j or different conditions of delivery. A party who has 
quoted prices on materials to a bidder is not thereby disqualified from quoting prices to other bidders or 
from submitting a bid directly for the materials or work. 

19. Errora In bid. —Bidders or their authorized agents are expected to examine the maps, drawings, 
specifications, circulars, schedule, and all other instructions pertaining to the work, which will be open to 
their inspection. Failure to do so will be at the bidder’s own risk, and ho can not secure relief on the plea 
of error in the bid. In case of error in the extension of prices the unit price will govern. 

20. Preference for domestic articles. —Preference will be given to articles or materials of domestic 
production, conditions of qualify and price, including duty, being equal. 

21. Dealer or manufacturer. —In bids for supplies or manufactured articles, bidders will state 
whether they are manufacturers of or regular dealers in the articles. If practicable to do so, bidders who 
are not manufacturers will give the name of the manufacturer from whom the articles are to be obtained, 
including catalogue references. 

22. Saroploa.—When samples are required, they must be submitted by the bidder so as to reach 
the office designated prior to the hour set for opening the bids. Samples shall be furni.shcd free of expense 
to the Government, properly marked for identification, and accompanied by a list when there is more 
than one sample. The Government reserves the right to mutilate or destroy any sample submitted 
whenever it may be considered necessary to do so for the purpose of testing. Samples not required in 
connection with the award or delivery of supplies will, upon request, if promptly made, be returned at 
the bidder’s expense. 

23. Contract and bond. —The bidder to whom award is made must, when required, enter into written 
contract on the standard Government form, with satisfactory security in the amount required, within the 
period specified or, if no period be specified, within ten days after the prescribed forms are presented to 
him for signature. 

24. Eight'honr law. —The eight-hour labor statute cited in Article 11 of the construction contract 
does not apply to the procurement of supplies, materials, or articles which may usually be bought in the 
open market, whether made to conform to particular specifications or not, or to the construction or 
repair of levees or revetments necessary for protection against floods or overflows on the navigable 
waters of the United States, or to any emergency caused by fire, famine, or flood, by danger to life or to 
property, or by other extraordinary event or condition on account of which the President shall sub¬ 
sequently declare the violation to have been excusable. 

25. Patents. —Unless specified by the Government, patented articles shall not knowingly be used 
in connection with the performance of the contract by the contractor, unless he is the owner or licensee 
thereof or procures the same in open market, or unless full information relative thereto shall have been 
furnished in his proposal. The contractor must notify the Government immediately of any claim or 
infringement of any patent fn connection with the performance of the contract. 

(These Instructions are not to be Incorporated In the contract) 


i-*—ir/9 
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Paragraph 20 or the Standard Instructions to Bidders 
IS amended in accordance with Title III of the Act of March 
3, 1933, Public No. 428, Section 3 of which reads as follows: 


Section 3 (a). Every contract for the construction, alter¬ 
ation OR REPAIR OF ANY PUBLIC BUILDING OR PUBLIC WORK IN THE 

United States growing out of an appropriation heretofore made 

OR HEREAFTER TO BE MADE SHALL CONTAIN A PROVISION THAT IN THE 
PERFORMANCE OF THE WORK THE CONTRACTOR, SUBCONTRACTORS, MATERIAL 
MEN, OR SUPPLIERS, SHALL USE 0||LY SUCH UNMANUFACTURED ARTICLES, 
MATERIALS OR SUPPLIES AS HAVE ^EEN MINED OR PRODUCED IN THE 

United States, and only such manufactured articles, materials 

AND SUPPLIES as HAVE BEEN MANUFACTURED IN THE UNITED STATES 
SUBSTANTIALLY ALL FROM ARTICLES, MATERIALS OR SUPPLIES MINED, 
PRODUCED OR MANUFACTURED, AS THE CASE MAY BE IN THE UNITED 

States except as provided in Section 2; Provided however, 

THAT IF THE HEAD OF THE DEPARTMENT OR INDEPENDENT ESTABLISHMENT 
MAKING THE CONTRACT SHALL FIND THAT IN RESPECT TO SOME PARTICULAR 
ARTICLES, MATERIALS, OR SUPPLIES IT IS IMPRACTICABLE TO MAKE 
SUCH REQUIREMENT OR THAT IT WOULD UNREASONABLY INCREASE.THE 
COST, AN EXCEPTION SHALL BE NOTED IN THE SPEC IFI CAT ION$ AS TO 
THAT PARTICULAR ARTICLE, MATERIAL, OR SUPPLY AND A PUflLl'C 
RECORD MADE OF THE FINDINGS WHICH JUSTIFIED THE EXCEPTION. 

(b). If the HEAD OF A DEPARTMENT, BUREAU, AGENCY 
OR INDEPENDENT ESTABLISHMENT WHICH HAS MADE ANY CONTRAtf , CON¬ 
TAINING THE PROVISION REQUIRED BY SUBSECTION (a) FINDS THAT IN THE 
PERFORMANCE OF SUCH CONTRACT THERE HAS BEEN A FAILURE TO COMPLY 
WITH SUCH PROVISIONS, HE SHALL MAKE PUBLIC HIS FINDINGS, INCLUDING 
THEREIN THE NAME OF THE CONTRACTOR OBLIGATED UNDER SUCH CONTRACT, 
AND NO OTHER CONTRACT FOR THE CONSTRUCTION, ALTERATION, OR REPAIR 
OF ANY PUBLIC BUILDING OR PUBLIC WORK IN THE UNITED STATES OR 
ELSEWHERE SHALL BE AWARDED TO SUCH CONTRACTORS, SUBCONTRACTORS, MA¬ 
TERIAL MEN, OR SUPPLIERS WITH WHICH SUCH CONTRACTOR IS ASSOCIATED 
OR AFFILIATED, WITHIN A PERIOD OF THREE YEARS AFTER SUCH FINDING 
IS MADE PUBLIC. 


VJH 


RATE OF WAGE REPORTS 


January 8, 1935 

Pursuant to the provisions of Public Act No. 324» 73rd Congress, 
APPROVED June 13, 1934 (4S Stat. 948), concerning rates of pay for 
labor, the Secretary of the Treasury and the Secretary of the In¬ 
terior HEREBY jointly PROMULGATE THE FOLLOWING REGULATIONS! 


Section I. Said Act reads as follows: 

"To EFFECTUATE THE PURPOSE OF CERTAIN STATUTES CONCERNING 
RATES OF PAY FOR LABOR, BY MAKING IT UNLAWFUL TO PREVENT 
ANYONE FROM RECEIVING THE COMPENSATION CONTRACTED FOR 
THEREUNDER, AND FOR OTHER PURPOSES. 


Be it enacted by the Senate and House of Representatives 
OF THE United States of America in Congress assembled 
that whoever shall induce any person employed in the 
construction, prosecution, or completion of any public 
BUILDING, public WORK, OR BUILDING OR WORK FINANCED IN 
WHOLE OR IN PART BY LOANS OR GRANTS FROM THE UNITED STATES, 

OR IN THE REPAIR THEREOF TO GIVE UP ANY PART OF THE COMPEN¬ 

SATION TO V/HICH HE IS ENTITLED UNDER HIS CONTRACT OF EM¬ 
PLOYMENT, BY FORCE, INTIMIDATION, THREAT OF PROCURING DIS¬ 
MISSAL FROM SUCH EMPLOYMENT, OR BY ANY OTHER MANNER WHATSO¬ 
EVER, SHALL BE FINED NOT MORE THAN $5,000.CX) OR IMPRISONED 
NOT MORE THAN FIVE YEARS, OR BOTH." 

"Sec. 2. To AID IN the enforcement of the above sec¬ 
tion, THE Secretary of the Treasury and the Secretary of 

THE Interior jointly shall make reasonable regulations for 
contractors or subcontractors on any such building or work, 

INCLUDING A PROVISION THAT EACH CONTRACTOR AND SUBCONTRAC¬ 
TOR SHALL FURNISH WEEKLY A SWORN AFFIDAVIT WITH RESPECT TO 
THE WAGES PAID EACH EMPLOYEE DURING THE PRECEDING WEEK." 

Section 2. Each contractor and subcontractor engaged in 
THE construction, PROSECUTION, OR COMPLETION OF ANY BUILDING 
OR WORK OF THE UNITED STATES OR OF ANY BUILDING OR WORK FI¬ 
NANCED IN WHOLE OR IN PART BY LOANS OR GRANTS FROM THE UNITED 

States, or in the repair thereof, shall furnish each week an 

AFFIDAVIT WITH RESPECT TO THE WAGES PAID EACH EMPLOYEE DURING 
THE PRECEDING WEEK. SAID AFFIDAVIT SHALL BE IN THE FOLLOWING 
FORM. 


State of 
County of 


ss: 


I .(Name of 

PARTY SIGNING AFFIDAVIT).(TITLE) DO 


HEREBY CERTIFY THAT I AM (tHE EMPLOYEE OF). 

(Name of contractor or subcontractor) who supervised the 

PAYMENT OF THE EMPLOYEES OF SAID CONTRACTOR (SUBCONTRACTOR); 
THAT THE ATTACHED PAY ROLL IS A TRUE AND ACCURATE REPORT 
OF THE FULL WEEKLY WAGES DUE AND PAID TO EACH PERSON EM¬ 
PLOYED BY THE SAID CONTRACTOR (SUBCONTRACTOR) FOR THE CON¬ 


STRUCTION OF .(Project), 

FOR THE WEEKLY PAY ROLL PERIOD FROM THE .DAY OF 

...193 TO THE .DAY OF... 


19 ; THAT NO REBATES OR DEDUCTIONS FROM ANY WAGES DUE ANY 


HWS 


-l-RW- 

(Over) 












SPECIAL REQIJIREMEINTTS 


DOMESTIC ARTICLES.— In the perform/pnce of the work covered by 

THIS CONTRACT THE CONTRACTOR, SUBCONTRACTORS, MATERIAL MEN OR 
SUPPLIERS, SHALL USE ONLY SUCH UNMANUFACTURED ARTICLES, MATERIALS, 
AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE UNITED STATES, 

AND ONLY SUCH MANUFACTURED ARTICLES, MATERIALS, AND SUPPLIES AS 
HAVE BEEN MANUFACTURED IN THE UNITED STATES SUBSTANTIALLY ALL 
FROM ARTICLES, MATERIALS, OR SUPPLIES MI NED, 'PRODUCED, OR MANU¬ 
FACTURED, AS THE CASE MAY BE, IN THE UNITED STATES. THE FOREGOING 
PROVISION SHALL NOT APPLY TO SUCH ARTICLES, MATERIALS, OR SUPPLIES 
OF THE CLASS OR KIND TO BE USED OR SUCH ARTICLES, MATERIALS, OR 
SUPPLIES FROM WHICH THEY ARE MANUFACTURED, AS ARE NOT MINED, PRO¬ 
DUCED, OR MANUFACTURED, AS THE CASE MAY BE, IN THE UNITED STATES 
IN SUFFICIENT AND REASONABLY AVAILABLE COMMERCIAL QUANTITIES AND 
OF A SATISFACTORY QUALITY, OR TO SUCH ARTICLES, MATERIALS, OR 
SUPPLIES AS MAY BE EXCEPTED BY THE SECRETARY OF THE TREASURY UNDER 
THE PROVISO OF TITLE III, SECTION 3 OF THE ACT OF CONGRESS APPROVED 

March 3» I933» or to the items noted below: 


Cork 

Sisal 

Hemp 

Flax 

Jute 


Licorice Root 
Asbestos 

English China Clay 
English Ball Clay 
Carnauba Wax 


Ml CA 

Rubber 

Antimony 

Manganese 

Titanium 


Tungsten 
Z l rconium 
Chromium 
Platinum 
Tin 


SILK 

Nickel 

Natural Nickel 
Alloys, Etc., 
Etc. 


If the head of the department finds that in the performance of this 
contract there has been a failure to comply with the foregoing pro¬ 
vision WITH RESPECT TO DOMESTIC MATERIAL, HE WILL MAKE PUBLIC THE 
NAME OF THE CONTRACTOR OBLIGATED UNDER THIS CONTRACT AND NO OTHER 
CONTRACT FOR THE CONSTRUCTION, ALTERATION OR REPAIR OF ANY PUBLIC 
BUILDING OR PUBLIC WORK IN THE UNITED STATES OR ELSEWHERE SHALL BE 
AWARDED TO SUCH CONTRACTOR, SUBCONTRACTORS, MATERIAL MEN OR SUP¬ 
PLIERS WITH-WHICH SUCH CONTRACTOR IS ASSOCIATED OR AFFILIATED WITH¬ 
IN A PERIOD OF THREE YEARS AFTER SUCH FINDING IS MADE PUBLIC, 


CORRECTION. — 1 N this specification, or on the accompanying draw¬ 
ings, WHEREVER THE WORDS "PUBLIC WORKS BRANCH" OCCUR, THEY SHALL BE 
CHANGED TO READ "PUBLIC BUILDINGS BRANCH". 
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GENERAL REQUIftEMiENTS 


1. BASIS OF BIDS. —Bibs shall be based upon drawing Non'-20l- and 

THIS SPECIFICATION. 

2. SCOPE. —The work includes the construction of |6 vault com¬ 
partment DOORS including ALL CHANGES AND REPAIRS INCIDENT THERETO, AS 
indicated ON THE DRAWINGS AND AS SPECIFIED HEREIN. 

3 . TIME FOR C0I\/1PLETI0N of the work shall be forty-five (4^) 

CALENDAR DAYS FROM THE DATE OF RECEIPT OF NOTICE TO PROCEED. 

4. PAYMENT.— Payment will be made after completion and acceptance 

OF THE WORK. 

5 . BIDS. —bids must be submitted in duplicate upon the attached 
Form of Bid which must be detached from the specification and mailed 
IN a sealed envelope marked "Bid for Vault Compartment Doors” with 

THE TITLE OF THE BUILDING AND NAME OF BIDDER. 

6. The right is reserved, as the interest of the Government may 

REQUIRE, TO REJECT ANY AND ALL BIDS, TO WAIVE ANY' INFORMALITY IN BIDS 
RECEIVED, AND TO ACCEPT OR REJECT ANY ITEMS OF ANY BID, UNLESS SUCH 
BID IS QUALIFIED BY SPECIFIC LIMITATION. 

7 . GUARANTY.--! F bid amounts to five hundred dollars or more 

AND IS LESS THAN TWO THOUSAND DOLLARS IT MUST BE ACCOMPANIED BY A 
CERTIFIED CHECK, CASHIER'S CHECK, MONEY ORDER OR U.S. GOVERNMENT 
BONDS IN AMOUNT EQUAL TO AT LEAST TEN PER CENT OF THE BID AS SE¬ 
CURITY TO INSURE THE SATISFACTORY PERFORMANCE OF THE WORK. BID 
BONDS WILL NOT BE ACCEPTABLE. A FORMAL CONTRACT WILL NOT BE RE- 
QUI RED. 

8. The guaranty of unsuccessful bidders will be promptly re¬ 
turned. The guaranty of the successful bidder will be returned on 

ACCEPTANCE OF THE COMPLETED WORK, EXCEPT THAT THE DEPARTMENT SHALL 
HAVE THE RIGHT TO RETAIN THE PROCEEDS OF SAID GUARANTY TO SUCH EX¬ 
TENT AS MAY BE REQUIRED TO REIMBURSE THE UNITED STATES FOR ANY LOSS, 
DAMAGES OR EXPENSE FROM THE BIDDER'S DEFAULT EITHER AS BIDDER OR 
CONTRACTOR. 

9 . Revised bids whether forwarded by mail or telegraph, if repre¬ 
senting AN increase in EXCESS OF 2 PER CENT OF THE ORIGINAL BID, MUST 
HAVE GUARANTY ADJUSTED ACCORDINGLY, OTHERWISE THEY WILL NOT BE CONSIDERED. 

10. The phrase "bonds of the United States” means any public-debt 

OBLIGATIONS OF THE UNITED STATES AND ANY BONDS OR OTHER OBLIGATIONS 
VIWICH ARE UNCONDITIONALLY GUARANTEED AS TO BOTH INTEREST AND PRINCI¬ 
PAL BY THE United States. Checks and money orders must be made pay¬ 
able TO THE ORDER OF THE TREASURER OF THE UNITED STATES. 

11. Bids that are not accompanied by the specified guaranty will 

NOT BE CONSIDERED. 

12. PATENTS. —The contractor shall hold and save the Government, 

ITS officers, AGENTS, SERVANTS AND EMPLOYEES, HARMLESS FROM LIABILITY 
OF ANY NATURE OR KIND, INCLUDING COSTS AND EXPENSES, FOR OR ON AC¬ 
COUNT OF ANY PATENTED OR UNPATENTED INVENTION, ARTICLE OR APPLIANCE 
MANUFACTURED OR USED IN THE PERFORMANCE OF THIS CONTRACT, INCLUDING 
ITS USE BY THE GOVERNMENT, UNLESS OTHERWISE SPECIFICALLY STIPULATED 
IN THIS CONTRACT. 
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13 . EIGHT HOUR LAW.— Work under this contract will be subject to 
THE STIPULATIONS OF THE EIGHT HoUR LAW OF JUNE 19, 19I2. 

14. ‘VISIT TO SITE.— Bidders should examine the site or premises 

AND FULLY INFORM THEMSELVES AS TO THE LOCATION OF THE WORK, THE 
CHARACTER OF CHANGES AND EXISTING MATERIALS INVOLVED AND AS TO CON¬ 
DITIONS UNDER WHICH THE WORK IS TO BE DONE. FAILURE TO TAKE THIS 
PRECAUTION WILL NOT RELIEVE THE SUCCESSFUL BIDDER FROM FURNISHING 
ALL MATERIAL AND LABOR NECESSARY TO COMPLETE THE CONTRACT WITHOUT 
ADDITIONAL COST TO THE GOVERNMENT. 

15 . CONTINGENT FEES FORBIDDEN.— The bidder warrants that he has 

NOT EMPLOYED ANY PERSON TO SOLICIT OR SECURE THIS CONTRACT UPON ANY 
AGREEMENT FOR A COMMISSION, PERCENTAGE, BROKERAGE, OR CONTINGENT FEE. 

Breach of this warranty shall give the Government the right to ter¬ 
minate THE CONTRACT, OR, IN ITS DISCRETION, TO DEDUCT FROM THE CON¬ 
TRACT PRICE OR CONSIDERATION THE AMOUNT OF SUCH COMMISSION, PERCENTAGE, 
BROKERAGE, OR CONTINGENT FEES. THIS WARRANTY SHALL NOT APPLY TO COrjH 
MISSIONS PAYABLE BY CONTRACTORS UPON CONTRACTS OR SALES SECURED OR 
MADE THROUGH BONA FIDE ESTABLISHED COMMERCIAL OR SELLING AGENCIES 
MAINTAINED BY THE CONTRACTOR FOR THE PURPOSE OF SECURING BUSINESS. 

16. ' DRAWINGS, SPECIFICATIONS, ETC.— This specification is in¬ 
tended TO SUPPLEMENT THE DRAWINGS, THEREFORE ANYTHING MENTIONED IN 
THE SPECIFICATION AND NOT SHOWN ON THE DRAWINGS OR SHOWN ON THE DRAW¬ 
INGS AND NOT MENTIONED IN THE SPECIFICATION, SHALL BE OF LIKE EFFECT 
AS IF SHOWN OR MENTIONED IN BOTH. 

17* federal SPECIFICATIONS.— Specifications referred to herein by 

NUMBER ARE FEDERAL SPECIFICATIONS, INCLUDING REVISIONS AND ADDENDA, 

IN EFFECT ON THE DATE OF ISSUE OF THIS SPECIFICATION. MATERIALS 
SPECIFIED HEREIN SHALL CONFORM TO THE TECHNICAL REQUIREMENTS OF THE 

RESPECTIVE Federal Specifications referred to. "Federal Specifica¬ 
tions" AND "Treasury Department Standard Specifications" are not fur¬ 
nished TO bidders, except upon request, for the reason that they were 

PREPARED IN COLLABORATION WITH THE MATERIALS PRODUCERS WHO ARE ASSUMED 
TO BE FAMILIAR WITH THEIR REQUIREMENTS. COPIES MAY BE OBTAINED BY 
BIDDERS UPON REQUEST TO THE PROCUREMENT DIVISION, PUBLIC BUILDINGS 

Branch, indicating by number the specification desired. 

18 . EXPLANATIONS TO BIDDERS.—No oral interpretations will be 

MADE TO BIDDERS AS TO MEANING OF DRAWINGS AND SPECIFICATIONS. RE¬ 
QUESTS FOR SUCH INTERPRETATIONS SHOULD BE MADE IN WRITING, ADDRESSED 

TO THE Procurement Division, Public Buildings Branch. Any interpre¬ 
tations MADE TO bidders WILL BE IN THE FORM OF AN ADDENDUM TO THE 
SPECIFICATION, WHICH, IF ISSUED, WILL BE SENT TO ALL BIDDERS. 

1 * 

19. SUPERVISION. —The work shall be done under the direction of a 
Government Representative authorized to supervise the work. Such 

REPRESENTATIVE SHALL HAVE NO AUTHORITY TO CHANGE ANY ESSENTIALS OF 
THE WORK. No CHANGES AFFECTING THE COST OF THE WORK SHALL BE MADE 
EXCEPT BY WRITTEN ORDER OF THE CONTRACT ING OFF ICER. 

20. INTERPRETATIONS.— The decision of the Contracting Officer or 

HiS AUTHORIZED REPRESENTATIVE AS TO THE PROPER INTERPRETATION OF THE 
SPECIFICATION SHALL BE FINAL. ThE ASSISTANT DIRECTOR OF PROCUREMENT, 

Public Buildings Branch, is the duly authorized representative of the 
Contracting Officer. 


GWC 


- 2 . 


denvf;^, 00.0., Ml^f^ 


«/n< ^ “ damages.—S woULI) THE OONT.'IACTOH tail to COM(»LFTe THE 

OMK WITHIN THE BI'fOiriED TIME, THC CovrRNMFNT MAV OY WRITTEN NOTICE 
TQ THI. OONTMAOTOH TERMINATE HI a RlflHT TO r'ROOEET), ANP MAY TAKE OVER 
in. Work and fHOBECUTF THE BAME TO C<';MPLETION t)Y CONTRACT OR OTHER- 
IBE, and THE OONTHACTOM CHALL OE LIADLE TO THE GOVERNMENT TOR ANY 
FXCrOO 009T OOCAfllONED THE GOVERNMENT THERERY, 

22, If THE QnvF.IINMENT DOF0 NOT TERMlMAfE THE CONTRACTOR'S RIGHT 
TO I'ROOEfD, THi: CONTRACTOR OHALL CONTINUE THE WORK TO COMPLETION AND, 
IE THE AIJIOUNT OE THE CONTRACT 10 FIVE HUNDRED (^OO) DOLLARO OR MORE, 
THE CONTRACTOR CRALL PAY TO THF GOVERNMENT THE AMOUNT SPECIFIED HERE¬ 
IN AO FIXED, AGREED AND LlQUIDATFD DAMAGES FOR EACH CALENDAR DAY OF 
delay IN THE completion OF THE WORK. 

SPEDIAL NOTICE.— Biwerp are recueoted to fui.ly inform them¬ 
selves OF THE conditions RELATING TO CONOTRUCTIOM AND LABOR UNDER 
WHICH WORK IS NOW DEI NO PERFORMED AT THE BUILDING, AND THIS CON¬ 
TRACTOR MUST EMPLOY SUCH METHODS AND MEANS IN THE CARRYING OUT OF 
HI 8 WORK AS WILL NOT CAU8F ANY I NTERRUI’T I ON OR INTERFERENCE WITH 
ANY OTHER CONTRACTOR, 

'^4, Should this contractor cause or permit the interruption of 

WORK UNDER AMY OTHER CONTRACT ON THE BUILDING, THE GOVERNMENT MAY 
take over and COMPLETE THE WORK AS PROVIDED HEREIN UNDER "DelAYS", 

2.5, LIQUIDATEDpAfMGES,— The United States shall be entitled to 

THL FIXED SUM OF FOR EACH CALENDAR DAY'S DELAY IN THE COMPLE¬ 

TION OF THE WORK, EXCEPT THAT IF THE AMOUNT OF THE CONTRACT IS LESS 
than five HUNDRED (500) DOLLARS THE PROVISION FOR LIQUIDATED DAMAGES 
SHALL NOT APPLY. 

26, MANNER OF CONDUCTING THE /ORK,— The work shall be so done as 

TO CAUSE NO INTERRUPTION TO THE GOVERNMENT BUSINESS. ThE CONTRACTOR 
SHALL MOVE AND PROTECT AND REPLACE AS NECESSARY ALl FURNITURE, FIX¬ 
TURES, CARPETS, ETC, 

27 , The CONTRACTOR SHALL PROVIDE ADEQUATE PROTECTION FOR ALL 
PARTS OF THE BUILDING AND ITS CONTENTS AND OCCUPANTS WHEREVER WORK 
UNDER THIS CONTRACT IS PERFORMED, HE SHALL BE RESPONSIBLE FOR ALL 
damages TO PERSONS OR f'ROPERTY THAT OCCUR AS A RESULT OF HIS FAULT 
OR NEGLIGENCE. 

28, MEASURB\flENTS,“ALL dimensions shown of existing work, and 

ALL dimensions REQUIRED FOR WORK THAT IS TO CONNECT WITH WORK NOW 
IN PLACE, SHALL BE VERIFIED BY THE CONTRACTOR BY ACTUAL MEASUREMENT 
OF THE EXISTING WORK, AnY DI6CRFPANCIES BETWEEN THE DRAWING AND 
SPECIFICATIONS ANJ. THE EXISTING CONDITIONS SHALL BE REFERRED TO THE 

Assistant Director of Procurement, Public Buildings Branch,' for adjust¬ 
ment BEFORE ANY WORK AFFECTED THEREBY HAS BEEN PERFORMED. 

29, CAUTION,— The vault doors in this building may be equipped 

WITH vault PROTECTING DEVICES WITH TEAR GAS ATTACHMENTS, ThE CON¬ 
TRACTOR IS CAUTIONED TO CONSULT THE CUSTODIAN AND ASCERTAIN V^HETHER 
VAULT DOORS ACCESSIBLE TO WORKMEN UNDER THIS CONTRACT ARE SO EQUIPPED, 
AS IT IS UNSAFE FOR PERSONS UNFAMILIAR WITH SUCH PROTECTING DEVICES 
TO TAMPER WITH Or! DISTURB THEM. 

30 , In case a VAULT DOOR 00 EQUIPPED 18 REQUIRED TO BE LEFT OPEN, 
THE CONTRACTOR SHALL GIVE THE P-iOCUREMENT DIVISION, PuBLIC BuILDINGS 

Branch, two weeks notice that arrangement may be made by the Govern¬ 
ment FOR the DISCONNECTION AND RECONNECTION OF THE PROTECTING DEVICE. 
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^ I ST ING WORK SHALL BE CUT OR ALTERED AS NECESSARY 

performance of the work to be done. Work remaining in place 
defaced by reason of work done under this specification 

E RESTORED EQUAL TO ITS ORIGINAL CONDITION. 


TiiRPrTCT^ DEBRIS, CLEANING, ETC. —The contractor shall as 

nr TUC D progress OF THE WORK REMOVE AND PROPERLY DISPOSE 

Rwai I debris. Upon completion of the work he 

WORK AW-n ^ND unused MATERIALS PROVIDED FOR THE 

> UT THE PREMISES IN A NEAT AND CLEAN CONDITION. 
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WIRE DOORS, ETC. 


1. GENERAL. —For location and extent of work see Drawings. 
Doors, screens, etc., shall be furnished and installed complete 

WITH ALL NECESSARY ANCHORS, BOLTS, HARDWARE AND OTHER ACCESSORIES. 

2. Steel and wrought iron shall be standard, well finished, 

STRUCTURAL SHAPES, OR BAR STEEL OR BAR IRON. EITHER STEEL OR 
WROUGHT IRON MAY BE USED AT THE OPTION OF THE CONTRACTOR, UNLESS 
OTHERWISE SPECIFIED. 


3» Wire not otherwise specified shall be cold drawn steel. 

4. Gauges specified for plate and sheet iron or steel are 
U.S. Standard and are the minimum acceptable under the contract. 

WORWy/lANSHIP .—Steel and wrought iron shall be well formed 

TO SHAPE and size, WITH SHARP LINES OR ANGLES. SHEARING AND 
PUNCHING SHALL LEAVE CLEAN, TRUE LINES AND SURFACES. PERMANENT 
CONNECTIONS SHALL BE WELDED OR RIVETED WHERE PRACTICABLE. • 

6 . Metal work shall be properly countersunk to receive the 
required hardware and provided with the proper bevels or clear¬ 
ances. Plates for mounting hardware shall be riveted or welded 
In place, and plaTes for locks or latches that are not protected 
BY key operation ONLY SHALL BE OF PROPER SIZE TO PREVENT THE 
OPERATION OF THE LOCKS OR LATCHES FROM THE OUTSIDE WITHOUT A KEY. 


7. WIRE PARTITIONS. —Doors, screens, etc., shall be construc¬ 


ted OF HOT ROLLED STEEL SHAPES OF SIZES 
SECURED WITH STRAPS OR ANGLES, FASTENED 
AND BOLTS. FRAMES SHALL BE FITTED WITH 
ETC., FOR MOVABLE PANELS AND HARDWAR^. 

8 . Grille panels of door 

WIRE OWtWPEB AND WOVEN TO A 
THE WIRE LET INTO THE FRAME 
PANELS SHALL BE NOT LESS'THAN 


AS NOTED ON DRAWING, AND 
WITH COUNTERSUNK SCREWS 
STOPS, GUIDES, KEEPERS, 


lE • M 

/Pf 

REENS SHALL BE NO. ItGAUG 


AND SCREENS SHALL BE 
INCH MESH, W 
,ND TURNED OR HEADED. 
1 - 1/2 


No .^1^ GAUGE 
TH THE ENDS OF 

Frames of •• 


'STZcL 


INCH HOT ROLLED STEEL CHAN¬ 
NELS, TENONED AND RIVETED OR MITERED AND WELDED AT ALL CORNERS. 

Link chain fabric. No. 6 gauge, 2 Inch mesh, may be substituted 

FOR THE WOVEN WIRE FABRIC SPECIFIED, AT THE OPTION OF THE CON¬ 
TRACTOR. 


9. Channel backs of all movable sections and where exposed 

SHALL BE FITTED WITH |/8 INCH THICK BACK BANDS SECURED TO THE 
FRAME EVERY 8 INCHES BY COUNTERSUNK RIVETS. BACK BANDS SHALL BE 
CONTINUOUS AROUND ALL CORNERS AND IN AS LONG LENGTHS AS PRACTICABLE. 

Back bands of hinged doors shall be cut to receive the butts. Pan¬ 
els AND doors shall HAVE INTERMEDIATE HORIZONTAL RAILS CONSISTING 
OF TWO I BY 1/2 INCH BARS PLACED BOTH SIDES OF THE WIRE AND RIVETED 
EVERY 8 INCHES AND AT ENDS. 

10. Hardware shall comply with Federal Specifications Nos, 
FF-P-IOIa. FF-H-III and FF-H-116 unless otherwise specified. Butts 

SHALL BE TEMPLATE TYPE AND CUT TO FIT THE PANEL AND FRAME. 

11. Each hinged door shall de hung on three butts, 3 inches 

HIGH, TYPE 20I0B, AND SHALL BE FITTED WITH PADLOCK EYES AND ONE 
PADLOCK TYPE U, SIZE 1-3/4 INCHES. 
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12, PAINTING. —All iron and steel work shall be thoroughly 

CLEANED AND GIVEN A SHOP COAT OF RED LEAD AND OIL PAINT. RED 
lead paint shall consist of 25 POUNDS OF DRY RED LEAD TO EACH 
GALLON OF LINSEED OIL AND NOT EXCEEDING |/2 PINT OF OIL DRIER. 

After erection, all partition work shall be given two additional 

COATS OF COLOR SELECTED. 

13 , Body and finish coats shall be proportioned as follows: 


COATS 


PIGMENT OIL TURPENTINE DRIER 

loo LBS. I- 1/2 GALS. 2 GALS, I PINT 


Body 





Finish (flat) loo lbs 


I4-, MATERIALS shall be high grade products of well known 

MANUFACTURERS AND WHEN APPROVED SHALL BE DELIVERED ON THE WORK 
IN ORIGINAL UNBROKEN PACKAGES BEARING THE MAKERS NAMES AND 

BRANDS. Materials not otherwise specified shall conform to the 
Federal Specifications for same, viz: 

Linseed OIL, raw . No. JJJ-O-336 

Linseed oil, boiled . » JJJ-O-33I 

White lead, paste, Type B. " tT-W-251 

Turpentine, Type I . •• LLL-T-79i 

Zinc oxide, French process . " tT-Z-301 

Drier, Type A . » TT-D-651 

Varnish .. « TT-V-I2i 


W, E. Reynolds, 

Assistant Director of Procurement 
Public Buildings Branch. 
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DENVER, COLO,, U. S. MINT 
VAULT COMPARTMENT DOORS 


FORM OF BIO 


Place 


Date 


To THE Assistant Director of Procurement, 

Procurement Division, 

Public Buildings Branch, 

Care of Construction Engineer, U.S. Mint, 

Denver, Colo. 

In compliance with your invitation for bids dated July 17, 1936, 

THE UNDERSIGNED HEREBY PROPOSES TO FURNISH 16 VAULT COMPARTMENT 

Doors in Vault No. I in the United States Mint at Denver?Colorado, 

IN STRICT ACCORDANCE WITH THE SPECIFICATIONS AND DRAWING FOR THE 

consideration of: 


_____^Dollars ($_ _ _) 

and AGREES, UPON RECEIPT OF WRITTEN NOTICE OF THE ACCEPTANCE OF 
THIS BID WITHIN 35 DAYS AFTER THE DATE OF OPENING OF THE BIOS (iF 
NO SHORTER PERIOD BE SPECIFIED), TO EXECUTE THE STANDARD GOVERNMENT 

Form of Contract, in accordance with the bid as accepted, and give 

BOND, WITH good AND SUFFICIENT SURETY, OR SURETIES, FOR THE FAITH¬ 
FUL PERFORMANCE OF THE CONTRACT, WITHIN 10 DAYS (uNLESS A DIFFERENT 
PERIOD OF TIME IS SPECIFIED BY THE GOVERNMENT) AFTER THE PRESCRIBED 
FORMS ARE PRESENTED FOR SIGNATURE. IF AWARDED THE CONTRACT THE 
WORK WILL BE COMPLETED WITHIN THE SPECIFIED NUMBER OF CALENDAR DAYS 
AFTER DATE OF RECEIPT OF NOTICE TO PROCEED. 

The BIDDER CERTIFIES THAT, UNLESS OTHERWISE SPECIFIED IN DETAIL, 
IN THE PERFORMANCE OF THIS ViORK THE CONTRACTOR, SUBCONTRACTORS, MA¬ 
TERIAL MEN OR SUPPLIERS WILL USE ONLY SUCH UNMANUFACTURED ARTICLES, 
MATERIALS AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE UNITED 

States and only such manufactured articles, materials or supplies 

AS have BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES, 
MATERIALS OR SUPPLIES MINED, PRODUCED OR MANUFACTURED AS THE CASE 
MAY BE IN THE UNITED STATES. 
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STANDARD 


If any of the articles, materials or supplies Proposed to be 

USED IN THE PERFORMANCE OF THIS WORK WHICH COMPLY WITh THE SPECI¬ 
FICATIONS, ARE MANUFACTURED IN THE UNITED STATES NOT WHOLLY BUT 
SUBSTANTIALLY ALL FROM ARTICLES', MATERIALS OR SUPPLIES MINED, 
PRODUCED OR MANUFACTURED IN THE UNITED STATES, THEN THE BIDDER 
SHALL SET FORTH IN DETAIL THE FOREIGN MATERIAL CONTAINED THEREIN. 

If ARTICLI5, MATERIALS OR SUPPLIES NOT MINED, PRODUCED AND/OR 
MANUFACTUREO IN THE UNITED STAtES, COMPLYING WITH THE SPECIFICA¬ 
TIONS, ARE PROPOSED TO BE USED IN THE PERFORMANCE OF THIS WORK 
THE BIDDER WILL SO STATE IN DETAIL. 


By. 


(Business Address) 

NOTE .'-—ReAD Standard Government Instructions to Bidders before pre¬ 
paring this bid. If (iioder is a corporation write state of incorpora¬ 
tion UNDER SIGNATURE AND IF A PARTNERSHIP GIVE PULL NAMES OF ALL PART¬ 
NERS. 

CAUTION. —This bid will be rejected if not accompanied by a guarantee 
(when required) in the specified amount. (See Standard Government Form 
OF Invitation for Bios and Paragraph 8 of Standard Government Instruc¬ 
tions TO Bidders). Any certified checks may be held uncollected at 
risk of bidders submitting them. 

ADDENDUM RECEIPT. —Bidders shall acknowledge below the receipt of any 

AND At.L AQpENOA TO THE SPECIFICATION, LISTING THE ADDENDA BY NUMBER 
AND OATt* 


Addendum No 


ID ATE 
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DENVER, COLO., U. S. MINT 
VAULT COMPARTMENT DOORS 


FORM OF BID 


Place 


Date 


To THE Assistant Director of Procurement, 

Procurement Division, 

Public Buildings Branch, 

Care of Construction Engineer, U.S. Mint, 

Denver, Colo. 

In compliance with your invitation for bids dated July 17, 1936, 
THE undersigned HEREBY PROPOSES TO FURNISH 1 6 VAULT COMPARTMENT 
Doors in Vault No. I in the United States Mint at Denver»Colorado, 
IN STRICT accordance WITH THE SPECIFICATIONS AND DRAWING FOR THE 

consideration of; 


____.Dollars ($_) 

AND AGREES, UPON RECEIPT OF WRITTEN NOTICE OF THE ACCEPTANCE OF 
THIS BID WITHIN 35 DAYS AFTER THE DATE OF OPENING OF THE BIDS (iF 
NO SHORTER PERIOD BE SPECIFIED), TO EXECUTE THE STANDARD GOVERNMENT 

Form of Contract, in accordance with the bid as accepted, and give 

BOND, WITH GOOD AND SUFFICIENT SURETY, OR SURETIES, FOR THE FAITH¬ 
FUL PERFORMANCE OF THE CONTRACT, V» ITHIN 10 DAYS (uNLESS A DIFFERENT 
PERIOD OF TIME IS SPECIFIED BY THE GOVERNMENT) AFTER THE PRESCRIBED 
FORMS ARE PRESENTED FOR SIGNATURE. IF AWARDED THE CONTRACT THE 
WORK WILL BE COMPLETED WITHIN THE SPECIFIED NUMBER OF CALENDAR DAYS 
AFTER DATE OF RECEIPT OF NOTICE TO PROCEED, 


The bidder certifies that, unless otherwise specified in detail, 

IN THE PERFORMANCE OF THIS V/QRK THE CONTRACTOR, SUBCONTRACTORS, MA¬ 
TERIAL MEN OR SUPPLIERS WILL USE ONLY SUCH UNMANUFACTURED ARTICLES, 
MATERIALS AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE UNITED 

States and only such manufactured articles, materials or supplies 

AS HAVE BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES, 
materials or supplies mined, produced OR MANUFACTURED AS THE CASE 
MAY BE IN THE UNITED STATES. 
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If any of the articles, materials supplies Proposed to be 

USED IN THE PERFORMANCE OF THIS PORK WHICH COMPLY WITh THE SPECI¬ 
FICATIONS, ARE MANUFACTURED IN THE UNITED STATES NOT WHOLLY BUT 
SUBSTANTIALLY ALL FROM ARTICLES', MATERIALS OR SUPPLIES MINED, 
PRODUCED OR MANUFACTURED IN THE UNITED STATES, THEN THE BIDDER 
SHALL SET FORTH IN DETAIL THE FOREIGN MATERIAL CONTAINED THEREIN. 

If articles, MATERIALS OR SUPPLIES NOT MINED, PRODUCED ANO/OR 
MANUFACTUSEP IN THE UNITED STAfES, COMPLYING WITH THE SPECIFICA¬ 
TIONS, ARE PROPOSED TO BE USED IN THE PERFORMANCE OF THIS WORK 
THE BIDDER WILL SO STATE IN DETAIL. 


By, 


(Business Address) 


NOTE .—^EAp Standard Government Instructions to Bidders before pre- 

PARINO THIS BID. IF QIPDER IS A CORPORATION WRITE STATE OF INCORPORA¬ 
TION UNDER SIGNATURE AND IF A PARTNERSHIP GIVE PULL NAMES OF ALL PART¬ 
NERS. 


CAUTION. —This bid will be rejected if not accompanied by a guarantee 
(when required) in the SPECIFIED AMOUNT. (SeE STANDARD GOVERNMENT FORM 
OF Invitation for Bios and Paragraph 8 of Standard Government Instruc¬ 
tions TO Bidders). Any certified checks may be held uncollected at 

RISK OF BIDDERS SUBMITTING THEM. 


ADDENDUM RE CE I PT. —Bidders shall acknowledge below the receipt of any 

AND ALL AppERDA TO THE SPECIFICATION, LISTING THE ADDENDA BY NUMBER 
AND DAT^* 


Addendum No 


Date 
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DENVER, COLO., U. S. MINT 
VAULT COMPARTMENT DOORS 


FORM OF BID 


Place 


Date_ 

To THE Assistant Director of Procurement, 

Procurement Division, 

Public Buildings Branch, 

Care of Construction Engineer, U.S. Mint, 

Denver, Colo. 

In compliance with your invitation for bids dated July 17, 1936, 

THE UNDERSIGNED HEREBY PROPOSES TO FURNISH 1 6 VAULT COMPARTMENT 

Doors in Vault No. I in the United States Mint at Denver?Colorado, 
IN strict accordance with the specifications and drawing for the 
consideration of: 


_^Dollars ($__) 

AND AGREES, UPON RECEIPT OF WRITTEN NOTICE OF THE ACCEPTANCE OF 
THIS BID WITHIN 35 DAYS AFTER THE DATE OF OPENING OF THE BIDS (iF 
NO SHORTER PERIOD BE SPECIFIED), TO EXECUTE THE STANDARD GOVERNMENT 

Form of Contract, in accordance with the bid as accepted, and give 

BOND, WITH good AND SUFFICIENT SURETY, OR SURETIES, FOR THE FAITH¬ 
FUL performance of the contract, VkITHIN 10 DAYS (uNLESS A DIFFERENT 
PERIOD OF TIME IS SPECIFIED BY THE GOVERNMENT) AFTER THE PRESCRIBED 
FORMS ARE PRESENTED FOR SIGNATURE. IF AWARDED THE CONTRACT THE 
WORK WILL BE COMPLETED WITHIN THE SPECIFIED NUMBER OF CALENDAR DAYS 
AFTER DATE OF RECEIPT OF NOTICE TO PROCEED. 


The BIDDER CERTIFIES THAT, UNLESS OTHERWISE SPECIFIED IN DETAIL, 
IN THE PERFORMANCE OF THIS V^ORK THE CONTRACTOR, SUBCONTRACTORS, MA¬ 
TERIAL MEN OR SUPPLIERS WILL USE ONLY SUCH UNMANUFACTURED ARTICLES, 
MATERIALS AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE UNITED 

States and only such manufactured articles, materials or supplies 

AS HAVE BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES, 
materials OR SUPPLIES MINED, PRODUCED OR MANUFACTURED AS THE CASE 
MAY BE IN THE UNITED STATES. 
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If any of the articles, materials or supplies ^ROPdSEO TO BE 

USED IN THE PERFORMANCE OF THIS WORK WHICH COMPLt WitH THE SPECI¬ 
FICATIONS, ARE MANUFACTURED IN THE UNITED STATES NOT WHOLLY BUT 
SUBSTANTIALLY ALL FROM ARTICLES', MATERIALS OR SUPPLIES MINED, 
PRODUCED OR MANUFACTURED IN THE UNITED STATES, THEN THE BIDDER 
SHALL SET FORTH IN DETAIL THE FOREI6N MATERIAL CONTAINED THEREIN 

If articles, materials or supplies not mined, produced and/or 

MANUFACTURED IN THE UNITED STATES, COMPLYING WITH THE SPECIFICA¬ 
TIONS, ARE PROPOSED TO BE USED IN THE PERFORMANCE OF THIS WORK 
THE BIDDER WILL SO STATE IN DETAIL. 


By. 


(Business Address) 

NOTE. — Read Standard Somernment Instructions to Bidders before pre- 

PARINS THIS BID. IF SIODER IS A CORPORATION WRITE STATE OF INCORPORA¬ 
TION UNDER SIGNATURE ARD IF A PARTNERSHIP GIVE FULL NAMES OF ALL PART¬ 
NERS. 

CAUTION. —^THIS BID WILL BE REJECTED IF NOT ACCOMPANIED BY A GUARANTEE 
(WHEN required) IN THE SPECIFIED AMOUNT. (SeE STANDARD GOVERNMENT FORM 

OF Invitation for Bios and Paragraph 8 of Standard Government Instruc¬ 
tions TO Bidders). Any certified checks may be held uncollected at 

RISK OF BIDDERS SUBMITTING THEM. 

ADDENDUM RECEI PT. —Bidders shall acknowledge below the receipt of any 

AND A^L AOpENDA TO THE SPECIFICATION, LISTING THE ADDENDA BY NUMBER 
AND OATC. 


Addendum No. 


Date 


HMF 


-2- 












STANDARD 


DENVER, COLO., U. S. MINT 
VAULT COMPARTMENT DOORS 


FORM OF BID 


Place 


Date 


To THE Assistant Director of Procurement, 

Procurement Division, 

Public Buildings Branch, 

Care of Construction Engineer, U.S. Mint, 

Denver, Colo. 

In compliance with your invitation for bids dated July 17, 1936, 

THE undersigned HEREBY PROPOSES TO FURNISH 1 6 VAULT COMPARTMENT 

Doors in Vault No. I in the United States Mint at Denver?Colorado, 

IN STRICT ACCORDANCE WITH THE SPECIFICATIONS AND DRAWING FOR THE 
CONSIDERATION OF: 


Dollars ($_) 


AND AGREES, UPON RECEIPT OF WRITTEN NOTICE OF THE ACCEPTANCE OF 
THIS BID WITHIN 35 DAYS AFTER THE DATE OF OPENING OF THE BIDS (iF 
NO SHORTER PERIOD BE SPECIFIED), TO EXECUTE THE STANDARD GOVERNMENT 

Form of Contract, in accordance with the bid as accepted, and give 
BOND, with good and SUFFICIENT SURETY, OR SURETIES, FOR THE FAITH¬ 
FUL PERFORMANCE OF THE CONTRACT, VirlTHIN 10 DAYS (uNLESS A DIFFERENT 
PERIOD OF TIME IS SPECIFIED BY THE GOVERNMENT) AFTER THE PRESCRIBED 
FORMS ARE PRESENTED FOR SIGNATURE. IF AWARDED THE CONTRACT THE 
WORK WILL BE COMPLETED WITHIN THE SPECIFIED NUMBER OF CALENDAR DAYS 
AFTER DATE OF RECEIPT OF NOTICE TO PROCEED. 

The bidder certifies that, unless otherwise specified in detail, 
IN THE performance OF THIS V/ORK THE CONTRACTOR, SUBCONTRACTORS, MA¬ 
TERIAL MEN OR SUPPLIERS WILL USE ONLY SUCH UNMANUFACTURED ARTICLES, 
MATERIALS AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE UNITED 

States and only such manufactured articles, materials or supplies 

AS HAVE BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES, 
MATERIALS OR SUPPLIES MINED, PRODUCED OR MANUFACTURED AS THE CASE 
MAY BE IN THE UNITED STATES. 


RLS 


OOPT of proposal *'*®**JfJ|f ^ 

^,4 iJ:.. ' 'ddsr tor bis fltosi 


(Over) 



by tb.' 









STANDARD 


If any of the articles, materials or supplies Proposed to be 

USED IN THE PERFORMANCE OF THIS WORN WHICH COMPLf WitH THE SPECI¬ 
FICATIONS, ARE MANUFACTURED IN THE UNITED STATES NOT WHOLLY BUT 
SUBSTANTIALLY ALL FROM ARTICLES', MATERIALS OR SUPPLIES MINED, 
PRODUCED OR MANUFACTURED IN THE UNITED STATES, THEN THE BIDDER 
SHALL SET FORTH IN DETAIL THE FOREI6N MATERIAL CONTAINED THEREIN. 

Ip ARTICLfS, MATERIALS OR SUPPLIES NOT MINED, PRODUCED AND/OR 

manufactured in the United States, complying with the specifica¬ 
tions, ARE PROPOSED TO BE USED IN THE PERFORMANCE OF THIS WORK 
THE BIDDER WILL SO STATE IN DETAIL. 


By. 


(Business Address) 


NOTE.—^Jeao Standard Government Instructions to Bidders before pre¬ 
paring this bid. If bidder is a corporation write state of incorpora¬ 
tion UNDER SIGNATURE AND IF A PARTNERSHIP GIVE FULL NAMES OF ALL PART¬ 
NERS. 


CAUTION. —This bid will be rejected if not ACCbMPANIED by a guarantee 
(WHEN required) IN THE SPECIFIED AMOUNT. (SEE STANDARD GOVERNMENT FORM 
OF Invitation for Bios and Paragraph 8 of Standard Government Instruc¬ 
tions TO Bidders). Any certified checks may be held uncollected at 

RISK OF BIDDERS SUBMITTING THEM. 


ADDENDUM REC£I PT. —Bidders shall acknowledge below the receipt of any 

AND ALL ADpfNDA TO THE SPECIFICATION, LISTING THE ADDENDA BY NUMBER 
AND DATl* 


Addendum No 


Date 


HMF 
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STATtlMt'NT OF FACTS 


(MINOR CONTRACTS) 

To ACCOMPANY BIOS SUBMITTED FOR ________ 


Name of Bidder _ 
Business Address 


When organized _ 

Where incorporated 
Financial Statement 


Credit available for this contract $. 
Contracts now in hand. Gross Amt. $ 
Remarks; _ - . 


Bidders must list below work of a similar nature performed in the last 
THREE years: 


Nature of work : 

Cost : 

Duration of Contract 

1. 



2. 



3. 




Have you ever refused to sign a contract at your original bid 

Have you ever defaulted on a contract __ 

Remarks --- 


Signature 












































STATEMENT OF FACTS 


(MINOR CONTRACTS) 

To ACCOMPANY BIOS SUBMITTED FOR ____ 


Name of Bidder _ 
Business Address 


When organized _ 

Where incorporated 
Financial Statement 


Credit available for this contract $ 
Contracts now in hand. Gross Amt. $ 
Remarks:_ 


Bidders must list below work of a similar nature performed in the last 
THREE years: 


Nature of work : Cost : Duration of Contract 


1. 



2. 



3. 




Have you ever refused to sign a contract at your original bio 

Have you ever defaulted on a contract _ 

Remarks:_____ 


Signature 






































STATEMENT OF FACTS 


To ACCOMPANY BIOS SUBMITTED FOR 


(MINOR CONTRACTS) 


Name of Bidder _ 
Business Address 


When organized _ 

Where incorporated 
Financial Statement 


Credit available for this contract $ 
Contracts now in hand. Gross Amt. $ 
Remarks;_ 


Bidders must list below work of a similar nature performed in the last 

THREE YfARS; 


Nature of work : Cost ; Duration of Contract 


1. 



2. 



3. __ _ 




Have you ever refused to sign a contract at your original bid 

Have you ever defaulted on a contract__ 

Remarks:_ 


Signature 








































STATEMENT OF FACTS 


(MINOR CONTRACTS) 

To ACCOMPANY BIOS SUBMITTED FOR ___——--- 


Name of Bidder _ 
Business Address 


When organized _ 

Where incorporated . 
Financial Statement 



Credit available for this contract t. 
Contracts now in hand. Gross Amt. 
REMARrcs:____ 


Bidders must list below work of a similar nature performed in the last 
THREE years: 


Nature of work 


Cost : Duration of Contract 


1 



0 



3. 




Have you ever refused to sign a contract at your original bid 


Have you ever defaulted on a contract 


Remarks: 








. Signature 















































(Buildjnq)___ 

CERTIFICATL OF DOMESTIC ARTICLES OR MATERIALS 

The undersigned bidder hereby certifies that only such unmanufactured 

ARTICLES, MATERIALS AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE 

United States and only such manufactured articles, materials or supplies 

AS HAVE BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES, 
MATERIALS OR SUPPLIES MINED, PRODUCED OR MANUFACTURED, AS THE CASE MAY 

BE IN THE United States, will be used in the work, except as follows: 

A. Articles, materials or supplies manufactured in the United 
States not wholly but substantially all from articles, materials or 

SUPPLIES MINED, PRODUCED OR MANUFACTURED IN THE UNITED STATES. 

Name of Foreign Percentage of 

Article or Material Material Foreign Materi,^ 


B. Articles, materials 
manufactured in the United 


OR supplies not 
States. 


mined. 


produced and/or 


Article or Material 


Name of Foreign 
Material 


Percentage of 
Foreign Material 


Signature 


Date____ 9 19 - 

If exceptions cannot be contained on this form, use additional 
sheets. 


EK 


































(Building)_ 

CERTIFICATE. OF DOMESTIC ARTICLES OR MATERIALS 

The undersigned bidder hereby certifies that only such unmanufactured 
ARTICLES, materials AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE 

United States and only such manufactured articles, materials or supplies 

AS HAVE BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES, 
materials or SUPPLIES MINED, PRODUCED OR MANUFACTURED, AS THE CASE MAY 

BE IN THE United States, will be used in the work, except as follows: 

A. Articles, materials or supplies manufactured in the United 
States not wholly but substantially all from articles, materials or 
supplies mined, produced or manufactured in the United States. 

Name of Foreign Percentage of 

Article or Material Material Foreign Material 


B. Articles, materials 
manufactured in the United 


OR supplies not 
States. 


MINED, PRODUCED ANd/oR 


Article or Material 


Name of Foreign 
Material 


Percentage of 
Foreign Material 


Signatur e _ 

Date_, 19 __ 

If all exceptions cannot be contained on this form, use additional 

SHEETS. 


EK 



































(Building)_ 

certificate: of domestic articles or materials 

The undersigned bidder hereby certifies that only such unmanufactured 

ARTICLES, MATERIALS AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE 

United States and only such manufactured articles, materials or supplies 

AS HAVE BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES, 
MATERIALS OR SUPPLIES MINED, PRODUCED OR MANUFACTURED, AS THE CASE MAY 

BE IN THE United States, will be used in the work, except as follows: 

A. Articles, materials or supplies manufactured in the United 
States not wholly but substantially all from articles, materials or 

SUPPLIES MINED, PRODUCED OR MANUFACTURED IN THE UNITED STATES. 

Name of Foreign Percentage of 

Article or Material Material Foreign Material 


B. Articles, materials or supplies not mined, produced and/or 

MANUFACTURED IN THE UNITED STATES. 


Name of Foreign Percentage of 

Article or Material Material Foreign Material 


SIGNATURE_ 

Date_, 19 __ 

If ALL EXCEPTIONS CANNOT BE CONTAINED ON THIS FORM, USE ADDITIONAL 
SHEETS. 


EK 



































(Building)__ 

CERTtFICATL OF DOMESTIC ARTICLES OR MATERIALS 

The undersigned bidder hereby certifies that only such unmanufactured 
ARTICLES, materials AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE 
United States and only such manufactured articles, materials or supplies 

AS HAVE BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES, 
MATERIALS OR SUPPLIES MINED, PRODUCED OR MANUFACTURED, AS THE CASE MAY 

BE IN THE United States, will be used in the work, except as follows: 

A. Articles, materials or supplies manufactured in the United 
States not wholly but substantially all from articles, materials or 
supplies mined, produced or manufactured in the United States. 

Name of Foreign Percentage of 

Article or Material Material Foreign Material 


B. Articles, materials or supplies not mined, produced and/or 
manufactured in the United States. 

Name of Foreign Percentage of 

Article or Material Material Foreign Material 


Signature 


Date___, 19 __ 

If all exceptions cannot be contained on this form, use additional 
sheets. 

EK 


ni nraposai la to 

, 1«Mr {-h, -a * lor ^ 3 )h» 
































(Building)_ 

CERTIFICATE. OF DOMESTIC ARTICLES OR MATERIALS 

The undersigned bidder hereby certifies that only such unmanufactured 
articles^ materials and supplies as have been mined or produced in the 
United States and only such manufactured articles, materials or supplies 

AS HAVE BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES, 
MATERIALS OR SUPPLIES MINED, PRODUCED OR MANUFACTURED, AS THE CASE MAY 

BE IN THE United States, will be used in the work, except as follows r 

A. Articles, materials or supplies manufactured in the United 
States not wholly but substantially all from articles, materials or 
supplies mined, produced or manufactured in the United States. 

Name of Foreign Percentage of 

Article or Material Material Foreign Material 


B. Articles, materials or supplies not mined, produced and/or 
manufactured in the United States. 


Name of Foreign Percentage of 

Article or Material Material Foreign Material 


Signature__ 

Date_, 19 __ 

If all exceptions cannot be contained on this form, use additional 
sheets. 

EK 

" < '» <if aiiost la bi 

. %f tor bte 


1 







































DENVER, COLO., U. S. MINT 
VAULT CayiPARTlViENT DOORS 


SPECIFICATION FOR VAULT COMPARTTJENT DOORS IN THE UNITED STATES MINT 
AT DENVER, COLORADO. 


Procurement Division, 
Public Buildings Branch, 
Washington, D.C., 

July 17, 1 936. 


/ 


ARE R£(iUIRED TO RETURN 
WITHOUT HARKS, NOTES, OR OTHER 


THE drawings AND SPECIFICATlONS 

mutilations. 


STANDARD GOVERNT/ENT FORV! OF INVITATION FOR BIDS 

(CCNSTHUCTION CONTRACT) 


Procurement Division, 

PuDLic Buildings Branch, 

Office of the Construction Engineer, 

U.S. Mint. Denver, Colo. 

July 17, 1936. 


Sealed 3ids, in trif'licate subject to the conditions contained 
herein will be received until_ ^ '. 3 o P )^, 3 . 1936, 

and-then publicly opened, for 1,6. Wire Mesh Vault Compartment Doors, 
IN the U.S. Mint at Denver, Colorado. 

Drawing and specifications may be obtained from the Construction 
Engineer. 


ii' 


Construction Engineer, 
U.S. Mint, 

Denver, Colo. 


JPR 


(Over) 




WHgnt cor-'ii e OF plan® are RecutsTEn, a deposit will not oe 

HEQUlRf.D TO INSURE THEIR RETURN. 

Guarantee will oe required with each oid as followci 
(See paraoraph 8 of Instructions to feiDDERs and paragr^s 
7 TO 11 OF General Requirements of the specification.) 

PEmFORMANCE ROND WILL OE REQUIHED AS FOLLOWSl ^0 PER CENT ^ 

THi. AMOUNT OF THE CONTRACT, IF THE CONTRACT AMOUNTS TO 32,000.00 
OR MORE. 

Liquidated damages for delay will oe as provided in the specifi¬ 
cation. 

Partial paymf.nts will not oe made. 

(See Article 16 of contract as i^iodified dy the specification.) 

Article on patents will not oe made a part of the contract, 

(See directions on dack of contract.) 

Preference for domestic materials is required dy Title III of 
the Act of March 3» I933» Puolic No, 428, 

Bids must oe submitted upon the Standard Government Form of Bid 
AND IF THE CONTRACT AMOUNTS TO 32,000.00 OR MORE, THE SUCCESSFUL 
DIDDER will OE REQUIRED TO EXECUTE THE STANDARD GOVERNMENT FoRM OF 
C<v|^TRACT FOR CONSTRUCTION, UNLESS OTHERWISE SPECIFIED. 

The Government reserves the right to reject any or all bids, to 

WAIVE ANY informality IN OIDS AND, UNLESS OTHERWISE SPECIFIED DY 

THE Government or dy didder, to accept any item in the did. In case 
OF error in the extension of prices in the did, the unit prices will 

GOVERN, 


Envelopes containing dids must oe sealed, marked and addressed 

AO FOLLOWS. 


Bid FOR Vault Compartment Doors, 
U.S. Mint, Denver, Colo. 

To OE opened_ 


Construction Engineer, 
U.S. Mint, 

Denver, Colo, 


NOTE.— See Standard Government Instructions to Bidders anx copy of 
THE Standard Government Form of Contract, Bid Bond, and 
Performance Bond, which may de cotained upon application. 


JPR 
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Staii'4^1 FonDu4Jo, 112 
Ap'Tovod l.y the President 

Nov 1926 


STANDARD GOVERNMENT INSTRUCTIONS TO BIDDERS 

(CONSTRUCTION AND SUPPLIES) 


1. Preparation of bids. —Unless otherwise directed in the invitation, bids shall be submitted in 
triplicate. Forms furnished, or copies thereof, shall be used, and strict compliance is necessary with the 
requirements of the invitation, these instructions, and the instructions printed on the forms. Special 
care should be exercised in the preparation of bids. Bidders must make their own estimates of the facilities 
and difficulties attending the execution of the proposed contract, including local conditions, imcertainty 
of weather, and all other contingencies. All designations and prices shall be folly and clearly set forth. 
Copies of the bids shall be identical. The proper blank spaces in the bid and guaranty forms shall be 
suitably filled in. 

2. Labor and material not to be furnished by the Government. —The Government will not furnish 
any labor, material, or supplies unless specifically provided for in the contract. 

3. Signature to bids. —Each bid must give the full business address of the bidder and bej^signed by 
him with his usual signature. Bids by partnerships must be signed with the partnership name by one 
of the members of the partnership or by an authorized representative, followed by the signature and desig¬ 
nation of the person signing. Bids by corporations must be signed with the name of the corporation, 
followed by the signature and designation of the president, secretary., or other person authorized to bind 
it in the matter. The names of all persons signing shall also be'typed or printed below the signature. 
A bid by a person who affixes to his signature the word “president,” “secretary,” “agent,” or other 
designation, without disclosing his principal, may be held to be the bid of the individual signing. When 
requested by the Government, satisfactory evidence of the authority of the officer signing in behalf of the 
corporation shall be furmshed. 

4. Bids for all or part. —Where bids are not qualified by specific limitations, the Government reserves 
the right of awarding all or any ef the items according to its best interests. Unless otherwise required in 
the specifications, bids for supplies shall be submitted in accordance with the numbered item or items 
given in the schedule. 

5. Alternative bids. —Alternative bids will not bo considered unless called for. 

6. Specifications and schedules. —The specifications, schedules, and drawings which form the basis 
of any bid will be considered as a part thereof and ^vill form a part of the contract. Copies of these papers, 
together wuth a copy of the standard contract form, including authorized additions or deletions, if any, 
wuU be furmshed to or made available for the inspection of bidders by the office indicated in the advertise¬ 
ment or invitation. 

7. Corrections. —Erasures or other changes in the bids must be explained or noted over the signature 
of the bidder. 

8. Guaranty. —Where security is required to insure the execution of contract and bond for per¬ 
formance of the service, no bid will be considered imlcss it is so guaranteed. The bidder, at his option, 
may furnish a guaranty bond, a certified check, or deposit, in accordance with Treasury Department 
regulations, United States bonds (at par value) as security in the amount required: Provided , That where 
not in conflict with the law', the bidder may be limited to the option of furnishing a certified check or 
United States bonds when the amount of the security does not exceed $1,000, notice of such requirement 
to be given in the invitation to bidders. 

In case security is in the fonn of a certified check or United States bond, the Government may make 
such disposition of the same as will accomplish the purpose for which submitted. Certified checks may 
be held uncollected at the bidder’s risk. Certified checks, or the amount thereof, and United States 
bonds of unsuccessful bidders will be returned as soon as practicable after the opening. 10-1772 
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9. SufSciency of guarantors and sureties.—The bond of any surety company authorized by the 
Secretary of the Treasury to do business, or of two responsible individual sureties, will be accepted as 
security for any bid or contract. Individual guarantors or sureties must make the affidavit appearing 
on the bond as to their sufficiency and furnish the certificate of a judge or clerk of a court of record, a 
United States district attorney or commissioner, or the president or cashier of a bank or trust company. 
Individual sureties shall justify in sums aggregating not less than double the penalty of the bond. 

10. Restrictions as to guarantors and sureties.—A firm, as such, will not be accepted as a guarantor 
or surety, nor a partner for copartners or for a firm of which he is a member. Stockholders of a corpora¬ 
tion may be accepted as guarantors or sureties provided their qualifications as such are not dependent 
upon their stock holdings therein. Guarantors and sureties, if individuals, must be citizens of the 
United States, except that sureties on bonds executed in any foreign country, the Canal Zone, the Philip¬ 
pine Islands, Puerto Rico, Hawaii, Alaska, or any possession of the United States, for the performance of 
contracts entered into in these places, need not be citizens of the United States, but if not citizens of 
the United States must be domiciled in the place where the contract is to be performed. 

11. Seals on bonds. When the principal, a guarantor, or a surety is an individual, his signature to 
a guaranty or bond snail have affixed to it an adhesive or scroll seal. If executed in Maine, Massachusetts, 
or New Hampshire, an adhesive seal is required. Corporate seals shall be affixed by corporations, 
whether principals or sureties. 

12. Marking and mailing bids.—Bids, with their guaranties, must be securely sealed in suitable 
envelopes, addressed and marked on the outside as required by the invitation. 

13. Time for receiving bids.—Bids received prior to the time of opening wiU be securely kept, 
unopened. The officer whose duty it is to open them will decide when the specified time has arrived, 
and no bid received thereafter will be considered, except that when a bid arrives by mail after the time 
fixed for opening, but before award is made, and it is shown to the satisfaction of the officer authorized to 
make the award that the nonarrival on time was duo solely to delay in the mails for which the bidder was 
not responsible, such bid will be received and considered. No responsibility will attach to an officer for 
the premature opening of a bid not properly addressed and identified. Unless specifically authorized, 
telegraphic bids will not be considered, but modifications by telegraph of bids already submitted will be 
considered if received prior to the hour set for opening. 

14. Withdrawal of bids.—Bids may be withdrawn on written or telegraphic request received from 
bidders prior to the time fixed for opening. Negligence on the part of the bidder in preparing the bid 
confers no right for the withdrawal of the bid after it has been opened. 

15. Bidders present.—At the time fixed for the opening of bids, their contents will be made public 
for the information of bidders and others properly interested, who may be present either in person or by 
representative. 

16. Award or rejection of bids.—The contract will be awarded to the lowest responsible bidder 
complymg with conditions of the invitation for bids, provided his bid is reasonable and it is to the interest 
of the Umted States to accept it. The bidder to whom the award is made will be notified at the earliest 
possible date. The United States, however, reserves the right to reject any and all bids and to waive 
any informality in bids received whenever such rejection or waiver is in the interest of the United States. 

It also reserves the right to reject the bid of a bidder who has previously failed to perform properly or 
complete on time contracts of a similar nature, or a bid of a bidder who is not in a position to perform 
the contract. ^ 

17. Time of performance.—When not otherwise specified in the invitation, the bidder must state 
the least number of calendar days (counting Sundays and holidays) after date of receipt of notice to 
proceed, in which he will commence performance, and the number of calendar days (counting Sundays 
and holidays) thereafter in which he wiU complete. In stating time the bidder should make due aUowance 
for probable difficulties which may be encountered, lo-im 
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18. Bidders interested in more than one bid. —If more than one bid be offered by any one party, by 
or in the name of his or their clerk, partner, or other person, all such bids may be rejected. (Sec. 3722, 
R. S.) This shall not prevent a bidder from proceeding under paragraph 5 hereof, nor from quoting 
different prices on different qualities of material or different conditions of delivery. A party who has 
quoted prices on materials to a bidder is not thereby disqualified from quoting prices to other bidders or 
from submitting a bid directly for the materials or work. 

19. Errors {n bid. —^Bidders or their authorized agents are expected to examine the maps, drawings, 
specifications, circulars, schedule, and all other instructions pertaining to the work, which will be open to 
their inspection. Failure to do so will be at the bidder’s own risk, and he can not secure relief on the plea 
of error in the bid. In case of error in the extension of prices the unit price will govern. 

20. PreforoBCO for domestic articles. —Preference will be given to articles or materials of domestic 
production, conditions of quali(iy aud price, including duty, being equal. 

21. Dealer or manufacturer. —In bids for supplies or manufactured articles, bidders wiU state 
whether they are manufacturers of or regular dealers in the articles. If practicable to do so, bidders who 
are not manufacturers will give the name of the manufacturer from whom the articles are to be obtained, 
including catalogue references. 

22. Samples.—When samples are required, they must be submitted by the bidder so as to reach 
the oflfice designated prior to the hour set for opening the bids. Samples shall be furnished free of expense 
to the Government, properly marked for identification, and accompanied by a list when there is more 
than one sample. The Government reserves the right to mutilate or destroy any sample submitted 
whenever it may be considered necessary to do so for the purpose of testing. Samples not required in 
connection with the award or deliveiy of supplies wiU, upon request, if promptly made, be returned at 
the bidder’s expense. 

23. Contract and bond. —The bidder to whom award is made must, when required, enter into written 
contract on the standard Government form, with satisfactory security in the amount required, within the 
period specified or, if no period be specified, within ten days after the prescribed forms are presented to 
him for signature. 

24. Eight’bonr law.—The eight-hour labor statute cited in Article 11 of the construction contract 
does not apply to the procurement of supplies, materials, or articles which may usuedly be bought in the 
open market, whether made to conform to particular specifications or not, or to the construction or 
repair of levees or revetments necessary for protection against floods or overflows on the navigable 
waters of the United States, or to any emergency caused by fire, famine, or flood, by danger to life or to 
property, or by other extraordinary event or condition on accoimt of which the President shall sub¬ 
sequently declare the violation to have been excusable. 

25. Patents.—Unless specified by the Government, patented articles shall not knowingly be used 
in connection with the performance of the contract by the contractor, unless he is the owner or licensee 
thereof or procures the same in open market, or unless full information relative thereto shall have been 
furnished in his proposal. The contractor must notify the Government immediately of any claim or 
infringement of any patent in connection with the performance of the contract. 

(These instructions are not to be incorporated in the contract) 


n—ir.'S 
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Paragraph 20 of the Standard Instructions to Bidders 
IS amended in accordance with Title III of the Act of March 
3> I933» Public No. 4^8, Section 3 of which reads as follov/s: 


Section 3 (a). Every contract for the construction, alter¬ 
ation or repair of any public building or public work in the 
United States growing out of an appropriation heretofore made 
or hereafter to be made shall contain a provision that in the 
performance of the work the contractor, subcontractors, material 
MEN, or suppliers, SHALL USE Ol^LY SUCH UNMANUFACTURED ARTICLES, 
MATERIALS OR SUPPLIES AS HAVE ^EEN MINED OR PRODUCED IN THE 

United States, and only such manufactured articles, materials 

AND SUPPLIES as HAVE BEEN MANUFACTURED IN THE UNITED STATES 
SUBSTANTIALLY ALL FROM ARTICLES, MATERIALS OR SUPPLIES MINED, 
PRODUCED OR MANUFACTURED, AS THE CASE MAY BE IN THE UNITED 

States except as provided in Section 2: Provided however, 

THAT IF THE HEAD OF THE DEPARTMENT OR INDEPENDENT ESTABLISHMENT 
making the contract SHALL FIND THAT IN RESPECT TO SOME PARTICULAR 
ARTICLES, MATERIALS, OR SUPPLIES IT IS IMPRACTICABLE TO MAKE 
SUCH REQUIREMENT OR THAT IT WOULD UNREASONABLY INCREASE.THE 
COST, AN EXCEPTION SHALL BE NOTED IN THE SPEC IFI CAT IONf AS TO 
THAT PARTICULAR ARTICLE, MATERIAL, OR SUPPLY AND A PUBLTC 
RECORD MADE OF THE FINDINGS WHICH JUSTIFIED THE EXCEPTION. 

(b). If the head of a department, bureau, agency 

OR INDEPENDENT ESTABLISHMENT WHICH HAS MADE ANY CONTRACT , CON¬ 
TAINING THE PROVISION REQUIRED BY SUBSECTION (a) FINDS THAT IN THE 
PERFORMANCE OF SUCH CONTRACT THERE HAS BEEN A FAILURE TO COMPLY 
WITH SUCH PROVISIONS, HE SHALL MAKE PUBLIC HIS FINDINGS, INCLUDING 
THEREIN THE NAME OF THE CONTRACTOR OBLIGATED UNDER SUCH CONTRACT, 
AND NO OTHER CONTRACT FOR THE CONSTRUCTION, ALTERATION, OR REPAIR 
OF ANY PUBLIC BUILDING OR PUBLIC IN THE UNITED STATES OR 

ELSEWHERE SHALL BE AWARDED TO SUCH CONTRACTORS, SUBCONTRACTORS, MA¬ 
TERIAL MEN, OR SUPPLIERS WITH WHICH SUCH CONTRACTOR IS ASSOCIATED 
OR AFFILIATED, WITHIN A PERIOD OF THREE YEARS AFTER SUCH FINDING 
IS MADE PUBLIC. 


VJH 


rate: of wage reports 


January 8, 1935 


Pursuant to the provisions of Public Act No. 

APPROVED June 13, i934 (48 Stat. 948), concerning ^ 

LABOR, THE SECRETARY OF THE TREASURY AND THE 

TERIOR HEREBY JOINTLY PROMULGATE THE FOLLOWING REQULATI NS. 


Section I. Said Act reads as follows: 


"To effectuate the PURPOSE OF certain statutes concerning 
RATES OF PAY FOR LABOR, BY MAKING IT UNLAWFUL TO PREVENT 
ANYONE FROM RECEIVING THE COMPENSATION CONTRACTED FOR 
THEREUNDER, AND FOR OTHER PURPOSES. 


Be it ENACTED BY THE SENATE AND HOUSE OF REPRESENTATIVES 
OF THE United States of America in Congress assembled 
THAT WHOEVER SHALL INDUCE ANY PERSON EMPLOYED IN THE 
CONSTRUCTION, PROSECUTION, OR COMPLETION OF ANY PUBLIC 
BUILDING, PUBLIC WORK, OR BUILDING OR WORK FINANCED IN 
WHOLE OR IN PART BY LOANS OR GRANTS FROM THE UNITED STATES, 
OR IN THE REPAIR THEREOF TO GIVE UP ANY PART OF THE COMPEN¬ 
SATION TO VrtllCH HE IS ENTITLED UNDER HIS CONTRACT OF EM¬ 
PLOYMENT, BY FORCE, INTIMIDATION, THREAT OF PROCURING DIS¬ 
MISSAL FROM SUCH EMPLOYMENT, OR BY ANY OTHER MANNER WHATSO¬ 
EVER, SHALL BE FINED NOT MORE THAN $5,000.00 OR IMPRISONED 
NOT MORE THAN FIVE YEARS, OR BOTH." 


"Sec. 2. To aid in the enforcement of the above sec¬ 
tion, THE Secretary of the Treasury and the Secretary of 
the Interior jointly shall make reasonable regulations for 

CONTRACTORS OR SUBCONTRACTORS ON ANY SUCH BUILDING OR WORK, 
INCLUDING A PROVISION THAT EACH CONTRACTOR AND SUBCONTRAC¬ 
TOR SHALL FURNISH WEEKLY A SWORN AFFIDAVIT WITH RESPECT TO 
THE WAGES PAID EACH EMPLOYEE DURING THE PRECEDING WEEK. 


Section 2. Each contractor and subcontractor engaged in 

the CONSTRUCTION, PROSECUTION, OR COMPLETION OF ANY BUILDING 
OR WORK OF THE UNITED STATES OR OF ANY BUILDING OR WORK FI¬ 
NANCED IN WHOLE OR IN PART BY LOANS OR GRANTS FROM THE UNITED 

States, or in the repair thereof, shall furnish each week an 

affidavit with RESPECT TO THE WAGES PAID EACH EMPLOYEE DURING 
THE PRECEDING WEEK. SAID AFFIDAVIT SHALL BE IN THE FOLLOWING 

FORM. 


State of 
County of 


) 

) 


ss: 


I .(Name of 

PARTY SIGNING AFFIDAVIT)...(TITLE) DO 

HEREBY CERTIFY THAT I AM (tHE EMPLOYEE OF). 

(Name of contractor or subcontractor) who supervised the 

PAYMENT OF THE EMPLOYEES OF SAID CONTRACTOR (SUBCONTRACTOR)J 
that the ATTACHED PAY ROLL IS A TRUE AND ACCURATE REPORT 
OF THE FULL WEEKLY WAGES DUE AND PAID TO EACH PERSON EM¬ 
PLOYED BY THE SAID CONTRACTOR (SUBCONTRACTOR) FOR THE CON¬ 
STRUCTION OF ...(Project), 

FOR THE WEEKLY PAY ROLL PERIOD FROM THE .DAY OF 

.193 , TO THE .day OF..., 

19 ; THAT NO REBATES OR DEDUCTIONS FROM ANY WAGES DUE ANY 
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SUCH PERSON AS SET OUT IN THE ATTACHED PAY ROLL HAVE 
BEEN DIRECTLY OR INDIRECTLY MADE, AND THAT, TO THE BEST 
OF MY KNOWLEDGE AND BELIEF, THERE EXISTS NO AGREEMENT OR 
UNDERSTANDING WITH ANY PERSON EMPLOYED ON THE PROJECT, OR 
ANY PERSON v<HATSOEVER, PURSUANT TO WHICH IT IS CONTEMPLATED 
THAT I OR ANYONE ELSE SHALL, DIRECTLY OR INDIRECTLY, BY 
FORCE, INTIMIDATION, THREAT OR OTHERWISE, INDUCE OR RECEIVE 
ANY DEDUCTIONS OR REBATES IN ANY MANNER WHATSOEVER FROM 
ANY SUM PAID OR TO BE PAID TO ANY PERSON AT ANY TIME FOR 
LABOR PERFORMED OR TO BE PERFORMED UNDER THE CONTRACT fOR 
THE ABOVE NAMED PROJECT. 


Sworn to before me this .day of 


193. 


Section 3. Said affidavit shall be executed and sv./orn to by the 

OFFICER OR EMPLOYEE OF THE CONTRACTOR OR SUBCONTRACTOR V.'HO SUPERVISES 
THE PAYMENT OF ITS EMPLOYEES. 

Said affidavit shall be delivered, within three days after the 

PAYMENT OF THE PAY ROLL TO WHICH IT IS ATTACHED, TO THE GOVERNMENT 

Representative in charge at the site of the particular project in 

RESPECT OF V^HICH IT IS FURNISHED, WHO SHALL FORWARD THE SAME PROMPTLY 

TO THE Federal Agency having control of such project. If no Govern¬ 
ment Representative is in charge at the site, such affidavit shall 

BE MAILED WITHIN SUCH THREE-DAY PERIOD TO THE FEDERAL AGENCY HAVING 
CONTROL OF THE PROJECT. 

Section 4. At the time upon which the first affidavit with re¬ 
spect TO THE WAGES PAID TO EMPLOYEES IS REQUIRED TO BE FILED BY 
CONTRACTOR OR SUBCONTRACTOR PURSUANT TO THE REQUIREMENTS OF THESE 
REGULATIONS, THERE SHALL ALSO BE FILED IN THE MANNER REQUIRED BY 

Section 3 hereof a statement under oath by the contractor or sub¬ 
contractor, SETTING FORTH THE NAME OF ITS OFFICER OR EMPLOYEE WHO 
SUPERVISES PAYMENT OF EMPLOYEES, AND THAT SUCH OFFICER OR EMPLOYEE 
IS IN A POSITION TO HAVE FULL KNOWLEDGE OF THE FACTS SET FORTH IN 
THE FORM OF AFFIDAVIT REQUIRED BY SECTION 2 HEREOF. A SIMILAR 
AFFIDAVIT SHALL BE IMMEDIATELY FILED IN THE EVENT OF A CHANGE IN 
THE OFFICER OR EMPLOYEE WHO SUPERVISES THE PAYMENT OF EMPLOYEES. 

In THE EVENT THAT THE CONTRACTOR OR SUBCONTRACTOR IS A CORPORATION, 
SUCH AFFIDAVIT SHALL BE EXECUTED BY ITS PRESIDENT OR A VICE- 
PRESIDENT. In the event that the contractor or subcontractor IS A 
PARTNERSHIP, SUCH AFFIDAVIT SHALL BE EXECUTED BY A MEMBER OF THE 
FIRM. 

Section 5. These regulations shall be made a part of each 

CONTRACT EXECUTED AFTER THE EFFECTIVE DATE HEREOF BY THE GOVERN¬ 
MENT FOR ANY OF THE PURPOSES ENUMERATED IN SECTION 2 HEREOF. 

Section 6. These regulations shall become effective on January 
15, 1935. 


H. Morgenthau, Jr., 
Secretary of the Treasury. 


Harold L. Ickes, 
Secretary of the Interior. 
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SPECIAL REQUIREMEI^S 


DOMESTIC ARTICLES.— In the performance of the work covered by 
THIS contract the CONTRACTOR, SUBCONTRACTORS, MATERIAL MEN OR 
SUPPLIERS, SHALL USE ONLY SUCH UNMANUFACTURED ARTICLES, MATERIALS, 
AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE UNITED STATES, 
AND ONLY SUCH MANUFACTURED ARTICLES, MATERIALS, AND SUPPLIES AS 
have been MANUFACTURED IN THE UNITED STATES SUBSTANTIALLY ALL 
FROM ARTICLES, MATERIALS, OR SUPPLIES MINED, PRODUCED, OR MANU¬ 
FACTURED, AS THE CASE MAY BE, IN THE UNITED STATES. THE FOREGOING 
PROVISION SHALL NOT APPLY TO SUCH ARTICLES, MATERIALS, OP SUPPLIES 
OF THE CLASS OR KIND TO BE USED OR SUCH ARTICLES, MATERIALS, OR 
SUPPLIES FROM WHICH THEY ARE MANUFACTURED, AS ARE NOT MINED, PRO¬ 
DUCED, OR MANUFACTURED, AS THE CASE MAY BE, IN THE UNITED STATES 
IN SUFFICIENT AND REASONABLY AVAILABLE COMMERCIAL QUANTITIES AND 
OF A SATISFACTORY QUALITY, OR TO SUCH ARTICLES, MATERIALS, OR 
SUPPLIES AS MAY BE EXCEPTED BY THE SECRETARY OF THE TREASURY UNDER 
THE PROVISO OF TITLE |||, SECTION 3 OF THE ACT OF CONGRESS APPROVED 

March 3, I933j or to the items noted below: 


Cork 

Sisal 

Hemp 

Flax 

Jute 


Licorice Root 
Asbestos 

English China Clay 
English Ball Clay 
Carnauba Wax 


Ml CA 

Rubber 

Antimony 

Manganese 

Titanium 


Tungsten 
Zirconium 
Chromium 
Platinum 
Tin 


SILK 

Nickel 

Natural Nickel 
Alloys, Etc., 
Etc. 


If the head of the department finds that in the performance of this 

CONTRACT THERE HAS BEEN A FAILURE TO COMPLY WITH THE FOREGOING PRO¬ 
VISION WITH RESPECT TO DOMESTIC MATERIAL, HE WILL MAKE PUBLIC THE 
NAME OF THE CONTRACTOR OBLIGATED UNDER THIS CONTRACT AND NO OTHER 
CONTRACT FOR THE CONSTRUCTION, ALTERATION OR REPAIR OF ANY PUBLIC 
BUILDING OR PUBLIC WORK IN THE UNITED STATES OR ELSEWHERE SHALL BE 
AWARDED TO SUCH CONTRACTOR, SUBCONTRACTORS, MATERIAL MEN OR SUP¬ 
PLIERS WITH WHICH SUCH CONTRACTOR IS ASSOCIATED OR AFFILIATED WITH¬ 
IN A PERIOD OF THREE YEARS AFTER SUCH FINDING IS MADE PUBLIC. 


CORRFCTICN. — 1 N this specification, or on the accompanying draw¬ 
ings, WHEREVER THE WORDS "PUBLIC WORKS ERAfviCH" occur, THEY SHALL BE 
changed to read "PUBLIC BUILD!NOS BRANCH". 
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GENERAL REQUIREMENTS 


1. BASIS OF BIDS.—Bids shall be based upon drawing tJo.'l-20'i- and 

THIS SPECIFICATION. 

2. SCOPE. —The work includes the construction of 1 6 vault com¬ 
partment DOORS INCLUDING ALL CHANGES AND REPAIRS INCIDENT THERETO, AS 
INDICATED ON THE DRAWINGS AND AS SPECIFIED HEREIN. 

3 . TIME FOR C0f\/1PLET10N of the wrk shall be forty-five (45) 

CALENDAR DAYS FROM THE DATE OF RECEIPT OF NOTICE TO PROCEED. 

4. PAYMENT. —Payment will be made after completion and acceptance 

OF THE WORK. 

5 . BIDS.—Bids must be submitted in duplicate upon the attached 
Form of Bid which must be detached from the specification and mailed 
IN A sealed envelope MARKED "BID FOR VaULT COMPARTMENT DOORs" WITH 
THE TITLE OF THE BUILDING AND NAME OF BIDDER. 

6. The right is reserved, as the interest of the Government may 

REQUIRE, to reject ANY AND ALL BIDS, TO WAIVE ANY INFORMALITY IN BIDS 
RECEIVED, AND TO ACCEPT OR REJECT ANY ITEMS OF ANY BID, UNLESS SUCH 
BID IS QUALIFIED BY SPECIFIC LIMITATION. 

7 . GUARANTY. — If bid amounts to five hundred dollars or more 

AND IS LESS THAN TWO THOUSAND DOLLARS IT MUST BE ACCOMPANIED BY A 
CERTIFIED CHECK, CASHIER'S CHECK, MONEY ORDER OR U.S. GOVERNMENT 
BONDS IN AMOUNT EQUAL TO AT LEAST TEN PER CENT OF THE BID AS SE¬ 
CURITY TO INSURE THE SATISFACTORY PERFORMANCE OF THE WORK. BlD 
BONDS WILL NOT BE ACCEPTABLE. A FORMAL CONTRACT WILL NOT BE RE- 
QUI RED. 

8. The guaranty of unsuccessful bidders will be promptly re¬ 
turned. The guaranty of the successful bidder will be returned on 
acceptance of the completed work, except that the Department shall 
have the right to retain the proceeds of said guaranty to such ex¬ 
tent as may be required to reimburse the United States for any loss, 
damages or expense from the bidder's default either as bidder or 
contractor. 

9 . Revised bids whether forwarded by mail or telegrai^h, if repre¬ 
senting AN increase in EXCESS OF 2 PER CENT OF THE ORIGINAL BID, MUST 
have guaranty adjusted accordingly, otherwise they will not BE CONSIDERED. 

I 

10. The phrase "bonds of the United States" means any public-debt 
obligations of the United States and any bonds or other obligations 

WWICH ARE unconditionally GUARANTEED AS TO BOTH INTEREST AND PRINCI¬ 
PAL BY THE United States. Checks and money orders must be made pay¬ 
able TO THE ORDER OF THE TREASURER OF THE UNITED STATES. 

11. Bids that are not accompanied by the specified guaranty will 
NOT BE considered. 

12. PATENTS. —The contractor shall hold and save the Government, 

ITS officers, agents, servants and employees, harmless from liability 
OF any nature or kind, including costs and expenses, for or on ac¬ 
count OF ANY PATENTED OR UNPATENTED INVENTION, ARTICLE OR APPLIANCE 
MANUFACTURED OR USED IN THE PERFORMANCE OF THIS CONTRACT, INCLUDING 
ITS USE BY THE GOVERNMENT, UNLESS OTHERWISE SPECIFICALLY STIPULATED 
IN THIS CONTRACT. 
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I3« EIGHT HOUR LAW. —Work under this contract will be subject to 
THE STIPULATIONS OF THE EIGHT HoUR LaW OF JUNE 19, I9I2. 

• K. VISIT TO SITE.— Bidders should examine the site or premises 

AND FULLY INFORM THEMSELVES AS TO THE LOCATION Of THE WORK, THE 
character of changes and EXISTING MATERIALS INVOLVED AND AS TO CON- 
' DITIONS UNDER WHICH THE WORK IS TO BE DONE. FAILURE TO TAKE THIS 
PRECAUTION WILL NOT RELIEVE THE SUCCESSFUL BIDDER FROM FURNISHING 
ALL MATERIAL AND LABOR NECESSARY TO COMPLETE THE CONTRACT WITHOUT 
ADDITIONAL COST TO THE GOVERNMENT. 

I5- CONTINGENT FEES FORBIDDEN. —The bidder warrants that he has 

NOT EMPLOYED ANY PERSON TO SOLICIT OR SECURE THIS CONTRACT UPON ANY 
AGREEMENT FOR A COMMISSION, PERCENTAGE, BROKERAGE, OR CONTINGENT FEE. 

Breach of this warranty shall give the Government the right to ter¬ 
minate THE CONTRACT, OR, IN ITS DISCRETION, TO DEDUCT FROM THE CON¬ 
TRACT PRICE OR CONSIDERATION THE AMOUNT OF SUCH COMMISSION, PERCENTAGE, 
brokerage, or CONTINGENT FEES. THIS WARRANTY SHALL NOT APPLY TO COM¬ 
MISSIONS PAYABLE BY CONTRACTORS UPON CONTRACTS OR SALES SECURED OR 
MADE THROUGH BONA FIDE" ESTABLISHED COMMERCIAL OR SELLING AGENCIES 
MAINTAINED BY THE CONTRACTOR FOR THE PURPOSE OF- SECURING BUSINESS. 

’ |6. DRAWINGS, SPECIFICATIONS, ETC. —This specification is in¬ 
tended TO SUPPLEMENT THE DRAWINGS, THEREFORE ANYTHING MENTIONED IN 
THE SPECIFICATION AND NOT SHOWN ON THE DRAWINGS OR SHOWN ON THE DRAW¬ 
INGS AND NOT MENTIONED IN THE SPECIFICATION, SHALL BE OF LIKE EFFECT 
AS IF SHOVHN OR MENTIONED IN BOTH. 

I7« FEDERAL SPECIFICATIONS.—Specifi cat ions referred to herein by 

•NUMBER ARE FEDERAL SPECIFICATIONS, INCLUDING REVISIONS AND ADDENDA, 
iKf EFFECT ON THE DATE OF ISSUE OF THIS SPECIFICATION. MATERIALS 
SPECIFIED HEREIN SHALL CONFORM TO THE TECHNICAL REQUIREMENTS OF THE 

RESPECTIVE Federal Specifications referred to. "Federal Specifica¬ 
tions" AND "Treasury Department Standard Specifications" are not fur- 

-NI SHED to bidders, EXCEPT UPON REQUEST, FOR THE REASON THAT THEY WERE 
PREPARED IN COLLABORATION WITH THE MATERIALS PRODUCERS WHO ARE ASSUMED 
TO BE FAMILIAR WITH THEIR REQUIREMENTS. COPIES MAY BE OBTAINED BY 
BIDDERS UPON REQUEST TO THE PROCUREMENT DIVISION, PUBLIC BUILDINGS 
Branch, indicating by number the specification desired. 

|8. EXPLANATIONS TO BIDDERS.—No oral interpretations will be 

MADE to bidders AS TO MEANING OF DRAWINGS AND SPECIFICATIONS. RE¬ 
QUESTS FOR SUCH INTERPRETATIONS SHOULD BE MADE IN WRITING, ADDRESSED 

TO THE Procurement Division, Public Buildings Branch. Any interpre¬ 
tations MADE TO BIDDERS WILL BE IN THE FORM OF AN ADDENDUM TO THE 
SPECIFICATION, WHICH, IF ISSUED, WILL BE SENT TO ALL BIDDERS. 

19. SUPERVISION.— The work shall be done under the direction of a 
Government Representative authorized to supervise the work. Such 

REPRESENTATIVE SHALL HAVE NO AUTHORITY TO CHANGE ANY ESSENTIALS OF 
THE WORK. No changes AFFECTING THE COST OF THE WORK SHALL BE MADE 
EXCEPT BY WRITTEN ORDER OF THE CONTRACT ING OFF ICER. 

20, INTERPRETATIONS.— The decision of the Contracting Officer or 
HIS authorized representative as to the proper interpretation of the 

SPECIFICATION SHALL BE FINAL. THE ASSISTANT DIRECTOR OF PROCUREMENT 

Public Buildings Branch, is the duly authorized representative of thp 
Contract ING Officer. 
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21, DELAYS - DAMAGES,— Should the contractor fail to complete the 

WORK WITHIN THE SPECIFIED TIME, THE GOVERNMENT MAY BY WRITTEN NOTICE 
to the CONTRACTOR TERMINATE HIS RIGHT TO PROCEED, AND MAY TAKE OVER 
the work and PROSECUTE THE SAME TO COMPLETION BY CONTRACT OR OTHER¬ 
WISE, AND THE CONTRACTOR SHALL BE LIABLE TO THE GOVERNMENT FOR ANY 
EXCESS COST OCCASIONED THE GOVERNMENT THEREBY, 

22, If the Government does not terminate the contractor's right 

TO PROCEED, THE CONTRACTOR SHALL CONTINUE THE WORK TO COMPLETION AND, 

IF THE AMOUNT OF THE CONTRACT IS FIVE HUNDRED (^OO) DOLLARS OR MORE, 

THE CONTRACTOR SHALL PAY TO THE GOVERNMENT THE AMOUNT SPECIFIED HERE¬ 
IN AS FIXED, AGREED AND LIQUIDATED DAMAGES FOR EACH CALENDAR DAY OF 
DELAY IN THE COMPLETION OF THE WORK, 

23 , SPECIAL NOTICE,—B IDDERS are requested to fully inform them¬ 
selves OF THE CONDITIONS RELATING TO CONSTRUCTION AND LABOR UNDER 
WHICH WORK IS NOW BEING PERFORMED AT THE BUILDING, AND THIS CON¬ 
TRACTOR MUST EMPLOY SUCH METHODS AND MEANS IN THE CARRYING OUT OF 
HIS WORK AS WILL NOT CAUSE ANY INTERRUPTION OR INTERFERENCE WITH 
ANY OTHER CONTRACTOR, 

24, Should this contractor cause or permit the interruption of 

WORK UNDER ANY OTHER CONTRACT ON THE BUILDING, THE GOVERNMENT MAY 
TAKE OVER AND COMPLETE THE WORK AS PROVIDED HEREIN UNDER "DeLAYS", 

25 , LIQUIDATED DAf\/1AGES. —The United States shall be entitled to 

THE FIXED sum OF $5.00 FOR EACH CALENDAR DAY'S DELAY IN THE COMPLE¬ 
TION OF THE WORK, EXCEPT THAT IF THE AMOUNT OF THE CONTRACT IS LESS 
THAN FIVE HUNDRED (500) DOLLARS THE PROVISION FOR LIQUIDATED DAMAGES 
SHALL NOT APPLY, 

26 , MANNER OF CONDUCTING THE v\/CRK. —^The work shall be so done as 

TO CAUSE NO INTERRUPTION TO THE GOVERNMENT BUSINESS. ThE CONTRACTOR 
SHALL MOVE AND PROTECT AND REPLACE AS NECESSARY ALL FURNITURE, FIX¬ 
TURES, CARPETS, ETC, 

27 , The CONTRACTOR SHALL PROVIDE ADEQUATE I’ROTECTION FOR ALL 
PARTS OF THE BUILDING AND 'I TS CONTENTS AND OCCUPANTS WHEREVER WORK 
UNDER THIS CONTRACT IS PERFORMED. HE SHALL BE RESPONSIBLE FOR ALL 
DAMAGES TO PERSONS OR PROPERTY THAT OCCUR AS A RESULT OF HIS FAULT 
OR NEGLIGENCE. 

28 , MEASURB\/1ENTS, —All dimensions shown of existing work, and 
ALL dimensions REQUIRED FOR WORK THAT IS TO CONNECT WITH WORK NOW 
IN PLACE, SHALL BE VERIFIED BY THE CONTRACTOR BY ACTUAL MEASUREMENT 
OF THE EXISTING WORK, AnY DISCREPANCIES BETWEEN THE DRAWING AND 
SPECIFICATIONS AND THE EXISTING CONDITIONS SHALL BE REFERRED TO THE 

Assistant Director of Procurement, Public Buildings Branch, FOtR adjust¬ 
ment BEFORE ANY WORK AFFECTED THEREBY HAS BEEN PERFORMED. 

29 , CAUTION,— The vault doors in this building may be equipped 

WITH vault protecting DEVICES WITH TEAR GAS ATTACHMENTS. ThE CON¬ 
TRACTOR IS CAUTIONED TO CONSULT THE CUSTODIAN AND ASCERTAIN WHETHER 
VAULT DOORS ACCESSIBLE TO WORKMEN UNDER THIS CONTRACT ARE SO EQUIPPED, 
AS IT IS UNSAFE FOR PERSONS UNFAMILIAR WITH SUCH PROTECTING DEVICES 
TO TAMPER WITH OR DISTURB THEM. 

30 , In CASE A VAULT DOOR SO EQUIPPED IS REQUIRED TO BE LEFT OPEN, 
THE CONTRACTOR SHALL GIVE THE PROCUREMENT DIVISION, PUBLIC SuiLDiNGS 

Branch, two weeks notice that arrangement may be made by the Govern¬ 
ment FOR THE DISCONNECTION AND RECONNECTION OF THE PROTECTING DEVICE, 
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31 . OLD WORK. —Existing work shall be cut or altered as necessary 

FOR THE PERFORMANCE OF THE WORK TO BE DONE. WORK REMAINING IN PLACE 
DAMAGED OR DEFACED BY REASON OF WORK DONE UNDER THIS SPECIFICATION 
SHALL BE RESTORED EQUAL TO ITS ORIGINAL CONDITION. 

32 . REMOVAL OF DEBRIS, CLEANING, ETC.— The contractor shall as 

DIRECTED DURING THE PROGRESS OF THE WORK REMOVE AND PROPERLY DISPOSE 
OF THE RESULTANT DIRT AND DEBRIS. UPON COMPLETION OF THE WORK HE 
SHALL REMOVE ALL EQUIPMENT AND UNUSED MATERIALS PROVIDED FOR THE 
WORK, AND PUT THE PREMISES IN A NEAT AND CLEAN CONDITION. 
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DENVER, COLO,, U. S. MINT 
VAULT COMPARTMENT DOORS 


FORM OF BID 


Place 


Date_ 

To THE Assistant Director of Procurement, 

Procurement Division, 

Public Buildings Branch, 

Care of Construction Engineer, U.S. Mint, 

Denver, Colo. 

In compliance with your invitation for bids dated July 17, 1936, 
THE undersigned HEREBY PROPOSES TO FURNISH 1 6 VAULT COMPARTMENT 
Doors in Vault No. I in the United States Mint at Denver^Colorado, 
IN strict accordance with the specifications AND DRAWING FOR THE 
consideration of: 


____Dollars ($_) 

AND agrees, upon RECEIPT OF WRITTEN NOTICE OF THE ACCEPTANCE OF 
THIS BID WITHIN 35 DAYS AFTER THE DATE OF OPENING OF THE BIDS (iF 
NO SHORTER PERIOD BE SPECIFIED), TO EXECUTE THE STANDARD GOVERNMENT 

Form of Contract, in accordance with the bid as accepted, and give 

BOND, WITH GOOD AND SUFFICIENT SURETY, OR SURETIES, FOR THE FAITH¬ 
FUL PERFORMANCE OF THE CONTRACT, WITHIN 10 DAYS (uNLESS A DIFFERENT 
PERIOD OF TIME IS SPECIFIED BY THE GOVERNMENT) AFTER THE PRESCRIBED 
FORMS ARE PRESENTED FOR SIGNATURE. IF AWARDED THE CONTRACT THE 
WORK WILL BE COMPLETED WITHIN THE SPECIFIED NUMBER OF CALENDAR DAYS 
AFTER DATE OF RECEIPT OF NOTICE TO PROCEED. 

The bidder certifies that, unless otherwise specified in detail, 

IN THE PERFORMANCE OF THIS WORK THE CONTRACTOR, SUBCONTRACTORS, MA¬ 
TERIAL MEN OR SUPPLIERS WILL USE ONLY SUCH UNMANUFACTURED ARTICLES, 
MATERIALS AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE UNITED 

States and only such manufactured articles, materials or supplies 

AS HAVE BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES, 
materials or supplies MINED, PRODUCED OR MANUFACTURED AS THE CASE 
MAY BE IN THE UNITED STATES. 
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If any of the articles, materials or supplies Proposed to be 

USED IN THE PERFORMANCE OF THIS PORN WHICH COMPLV WitH THE SPECI¬ 
FICATIONS, ARE MANUFACTURED IN THE UNITED STATES NOT WHOLLY BUT 
SUBSTANTIALLY ALL FROM ARTICLES, MATERIALS OR SUPPLIES MINED, 
PRODUCED OR MANUFACTURED IN THE UNITED STATES, THEN THE BIDDER 
SHALL SET FORTH IN DETAIL THE FOREIGN MATERIAL CONTAINED THEREIN. 

If ARTICLES, MATERIALS OR SUPPLIES NOT MINED, PRODUCED AND/OR 
MANUFACTURED IN THE UNITED StAtES, COMPLYING WITH THE SPECIFICA¬ 
TIONS, ARE PROPOSED TO BE USED IN THE PERFORMANCE OF THIS WORK 
THE BIDDER WILL SO STATE IN DETAIL. 


■) 


By, 


(Business Address) 


NOTE.— ^Jeao Standard 

PAR INS THIS SID. If 
TION UNDER SIGNATURE 
NERS. 


6OV6RNW1ENT Instructions to Bidders before pre- 

QIODER IS A CORPORATION WRITE STATE OF INCORPORA- 
ARD IF A PARTNERSHIP GIVE PULL NAMES OF ALL PART- 


CAUTION. —^This bid will be rejected if not accompanied by a guarantee 
(when required) in the specified amount. (See Standard Government Form 
OF Invitation for Bios and Paragraph 8 of Standard Government Instruc¬ 
tions to Bidders). Any certified checks may be held uncollected at 

RISK OF BIDDERS SUBMITTING THEM. 


ADDENDUM RECEIPT. —Bidders shall acknowledge below the receipt of any 

AND A^L AppfHDA TO THE SPECIFICATION, LISTING THE ADDENDA BY NUMBER 
AND DRn* 


Addendum No. 


•Date 
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DENVER, COLO., U. S. MINT 
VAULT COMPARTMENT DOORS 


FORM OF BID 


Place 


Date_ 

To THE Assistant Director of Procurement, 

Procurement Division, 

Public Buildings Branch, 

Care of Construction Engineer, U.S. Mint, 

Denver, Colo. 

In compliance with your invitation for bids dated July 17, 1936, 
THE undersigned HEREBY PROPOSES TO FURNISH 1 6 VAULT COMPARTMENT 
Doors in Vault No. I in the United States Mint at Denver»Colorado, 

IN STRICT ACCORDANCE WITH THE SPECIFICATIONS AND DRAWING FOR THE 

consideration of: 


___^Dollars ($_) 

AND AGREES, UPON RECEIPT OF WRITTEN NOTICE OF THE ACCEPTANCE OF 
THIS BID WITHIN 35 DAYS AFTER THE DATE OF OPENING OF THE BIOS (iF 
NO SHORTER PERIOD BE SPECIFIED), TO EXECUTE THE STANDARD GOVERNMENT 

Form of Contract, in accordance with the bid as accepted, and give 

BOND, WITH good AND SUFFICIENT SURETY, OR SURETIES, FOR THE FAITH¬ 
FUL PERFORMANCE OF THE CONTRACT, WITHIN 10 DAYS (uNLESS A DIFFERENT 
PERIOD OF TIME IS SPECIFIED BY THE GOVERNMENT) AFTER THE PRESCRIBED 
FORMS ARE PRESENTED FOR SIGNATURE. IF AWARDED THE CONTRACT THE 
WORK WILL BE COMPLETED WITHIN THE SPECIFIED NUMBER OF CALENDAR DAYS 
AFTER DATE OF RECEIPT OF NOTICE TO PROCEED. 


The BIDDER CERTIFIES THAT, UNLESS OTHERWISE SPECIFIED IN DETAIL, 
IN THE PERFORMANCE OF THIS ViORK THE CONTRACTOR, SUBCONTRACTORS, MA¬ 
TERIAL MEN OR SUPPLIERS WILL USE ONLY SUCH UNMANUFACTURED ARTICLES, 
MATERIALS AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE UNITED 

States and only such manufactured articles, materials or supplies 

AS HAVE BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES, 
MATERIALS OR SUPPLIES MINED, PRODUCED OR MANUFACTURED AS THE CASE 
MAY BE IN THE UNITED STATES. 
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If any of the articles, niaterials or supplies Proposed to be 

USED IN THE PERFORMANCE OF THIS WORK WHICH COMPLf WitH THE SPECI¬ 
FICATIONS, ARE MANUFACTURED IN THE UNITED STATES NOT WHOLLY BUT 
SUBSTANTIALLY ALL FROM ARTICLES', MATERIALS OR SUPPLIES MINED, 
PRODUCED OR MANUFACTURED IN THE UNITED STATES, THEN THE BIDDER 
SHALL SET FORTH IN DETAIL THE FOREIGN MATERIAL CONTAINED THEREIN. 

If articles, materials or supplies not mined, produced and/or 

MANUFACTUREQ IN THE UNITED STATES, COMPLYING WITH THE SPECIFICA¬ 
TIONS, ARE PROPOSED TO BE USED IN THE PERFORMANCE OF THIS WORK 
THE BIDDER WILL SO STATE IN DETAIL. 


By. 


(Business Address) 

NOTE.— Read Standard Government Instructions to Didders before pre¬ 
paring this bid. If siooer is a corporation write state of incorpora¬ 
tion UNDER SIGNATURE AND IF A PARTNERSHIP GIVE FULL NAMES OF ALL PART¬ 
NERS. 

CAUTION. —This bid will be rejected if not accompanied by a guarantee 
(when required) in THE SPECIFIED AMOUNT. (9eE STANDARD GOVERNMENT FORM 
OF Invitation for Bios and Paragraph 8 of Standard Government Instruc¬ 
tions TO Bidders). Any certified checks may be held uncollected at 

RISK OF BIDDERS SUBMITTING THEM. 

ADDENDUM RECEIPT. —Bidders shall acknowledge below the receipt of any 

AND ALL AQpENDA TO THE SPECIFICATION, LISTING THE ADDENDA BY NUMBER 
AND OATi* 


Addendum No._Date 


HMF 
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STANDARD 


DENVER, COLO., U. S. MINT 
VAULT COMPARTMENT DOORS 


FORM OF BID 


Place 


Date 


To THE Assistant Director of Procurement, 

Procurement Division, 

Public Buildings Branch, 

Care of Construction Engineer, U.S. Mint, 

Denver, Colo. 

In compliance with your invitation for bios dated July 17, 1936, 

THE UNDERSIGNED HEREBY PROPOSES TO FURNISH |6 VAULT COMPARTMENT 

Doors in Vault No. I in the United States Mint at Denver, Colorado, 

IN STRICT accordance WITH THE SPECIFICATIONS AND DRAWING FOR THE 
CONSIDERATION OF: 

-----POLLARS ($__) 

AND AGREES, UPON RECEIPT OF WRITTEN NOTICE OF THE ACCEPTANCE OF 
THIS BID WITHIN 35 DAYS AFTER THE DATE OF OPENING OF THE BIDS (iF 
NO SHORTER PERIOD BE SPECIFIED), TO EXECUTE THE STANDARD GOVERNMENT 

Form of Contract, in accordance with the bid as accepted, and give 

BONO, WITH good AND SUFFICIENT SURETY, OR SURETIES, FOR THE FAITH¬ 
FUL PERFORMANCE OF THE CONTRACT, WITHIN 10 DAYS (uNLESS A DIFFERENT 
PERIOD OF TIME IS SPECIFIED BY THE GOVERNMENT) AFTER THE PRESCRIBED 
FORMS ARE PRESENTED FOR SIGNATURE. |F AWARDED THE CONTRACT THE 
WORK WILL BE COMPLETED WITHIN THE SPECIFIED NUMBER OF CALENDAR DAYS 
AFTER DATE OF RECEIPT OF NOTICE TO PROCEED. 

The bidder certifies that, unless otherwise specified in detail 
IN THE performance OF THIS WORK THE CONTRACTOR, SUBCONTRACTORS, MA¬ 
TERIAL MEN OR SUPPLIERS WILL USE ONLY SUCH UNMANUFACTURED ARTICLES 
MATERIALS AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE UNITED 

States and only such manufactured articles, materials or supplies 

AS HAVE BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES 

materials or supplies mined, produced or manufactured as the case* 
may be in THE United States. 


rls -|_ 

(Over) 








STANDARD 


If any of the articles, materials or supplies ^rofOseo to be 

USED IN THE PERFORMANCE OF THIS WORK WHICH COMPLt WitH THE SPECI¬ 
FICATIONS, ARE MANUFACTURED IN THE UNITED STATES NOT WHOLLY BUT 
SUBSTANTIALLY ALL FROM ARTICLES', MATERIALS OR SUPPLIES MINED, 
PRODUCED OR MANUFACTURED IN THE UNITED STATES, THEN THE BIDDER 
SHALL SET FORTH IN DETAIL THE FOREIGN MATERIAL CONTAINED THEREIN. 

If ARTICLI9, MATERIALS OR SUPPLIES NOT MINED, PRODUCED AND/OR 
MANUFACTURED IN THE UNITED STATES, COMPLYING WITH THE SPECIFICA¬ 
TIONS, ARE PROPOSED TO BE USED IN THE PERFORMANCE OF THIS WORK 
THE BIDDER WILL SO STATE IN DETAIL. 


By. 


(Business Address) 

N0TE,-H?ead Standard Gowernkent Instructions to Bidders before pre- 

PARINS THIS BID. IF BIDDER IS A CORPORATION WRITE STATE OF INCORPORA¬ 
TION UNDER SIGNATURE ARD IF A PARTNERSHIP GIVE PULL NAMES OF ALL PART¬ 
NERS. 

CAUTION. —^ThIS BIO WILL BE REJECTED IF NOT ACCOMPANIED BY A GUARANTEE 
(WHEN required) IN THE SPECIFIED AMOUNT. (9eE STANDARD GOVERNMENT FORM 

OF Invitation for Bios and Paragraph 8 of Standard Government Instruc¬ 
tions TO Bidders). Any certified checks may be held uncollected at 
risk of bidders submitting them. 

ADDENDUM RECEIPT. —Bidders shall acknowledge below the receipt of any 

AND A(.L AQpBNDA TO THE SPECIFICATION, LISTING THE ADDENDA BY NUMBER 
AND 0AT^> 


Addendum No 


.Date 


HMF 
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STANDARD 


DSNVER, COLO., U. S. MINT 
VAULT COMPARTMENT DOORS 


FORM OF BID 


Place 

Date 


To THE Assistant Director of Procurement, 

Procurement Division, 

Public Buildings Branch, 

Care of Construction Engineer, U.S. Mint, 

Denver, Colo. 

In compliance with your invitation for bids dated July 17, 1936, 
THE undersigned HEREBY PROPOSES TO FURNISH 1 6 VAULT COMPARTMENT 
Doors in Vault No. I in the United States Mint at Denver*Colorado, 
IN STRICT accordance WITH THE SPECIFICATIONS AND DRAWING FOR THE 
consideration of: 


Dollars ($___) 


AND agrees, upon RECEIPT OF WRITTEN NOTICE OF THE ACCEPTANCE OF 
THIS BID WITHIN 35 DAYS AFTER THE DATE OF OPENING OF THE BIDS (iF 
NO SHORTER PERIOD BE SPECIFIED), TO EXECUTE THE STANDARD GOVERNMENT 

Form of Contract, in accordance with the bid as accepted, and give 

BOND, WITH GOOD AND SUFFICIENT SURETY, OR SURETIES, FOR THE FAITH¬ 
FUL performance of the contract, WITHIN 10 DAYS (uNLESS A DIFFERENT 
PERIOD OF TIME IS SPECIFIED BY THE GOVERNMENT) AFTER THE PRESCRIBED 
FORMS ARE PRESENTED FOR SIGNATURE. IF AWARDED THE CONTRACT THE 
WORK WILL BE COMPLETED WITHIN THE SPECIFIED NUMBER OF CALENDAR DAYS 
AFTER DATE OF RECEIPT OF NOTICE TO PROCEED. 

The bidder certifies that, unless otherwise specified in detail, 

IN THE PERFORMANCE OF THIS WORK THE CONTRACTOR, SUBCONTRACTORS, MA¬ 
TERIAL MEN OR SUPPLIERS WILL USE ONLY SUCH UNMANUFACTURED ARTICLES, 
MATERIALS AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE UNITED 

States and only such manufactured articles, materials or supplies 

AS HAVE BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES, 
materials or SUPPLIES MINED, PRODUCED OR MANUFACTURED AS THE CASE 
MAY BE IN THE UNITED STATES. 


(Over) 


RLS 


THXP COPY of proposal sheet is to 
retained by the bidder for his 












STANDARD 


If any of the articles, materials or supplies Proposed to be 

USED IN THE PERFORMANCE OF THIS WORK WHICH COMPLY WitH THE SPECI¬ 
FICATIONS, ARE MANUFACTURED IN THE UNITED STATES NOT WHOLLY BUT 
SUBSTANTIALLY ALL FROM ARTICLES^, MATERIALS OR SUPPLIES MINED, 
PRODUCED OR MANUFACTURED IN THE UNITED STATES, THEN THE BIDDER 
SHALL SET FORTH IN DETAIL THE FOREIGN MATERIAL CONTAINED THEREIN. 

If ARTICLI9, MATERIALS OR SUPPLIES NOT MINED, PRODUCED ANO/OR 
MANUFACTURES IN THE UNITED STATES, COMPLYING WITH THE SPECIFICA¬ 
TIONS, ARE PROPOSED TO BE USED IN THE PERFORMANCE OF THIS WORK 
THE BIDDER WILL SO STATE IN DETAIL. 


By. 


(Business Address) 

NOTE,— ^?E*o Standard Government Instructions to Bidders before pre¬ 
paring this bid. If bidder is a corporation write state of incorpora¬ 
tion UNDER SIGNATURE AND IF A PARTNERSHIP GIVE PULL NAMES OF ALL PART¬ 
NERS. 

CAUTION. -^ThIS bio will be rejected if not accompanied by a GUARANTEE 

(WHEN required) IN THE SPECIFIED AMOUNT. (SEE STANDARD GOVERNMENT FORM 

OF Invitation for Bios and Paragraph 8 of Standard Government Instruc¬ 
tions TO Bidders). Any certified checks may be held uncollected at 

RISK OF BIDDERS SUBMITTING THEM. 

ADDENDUM RECEIPT. —Bidders shall acknowledge below the receipt of any 

AND ALL addenda to THE SPECIFICATION, LISTING THE ADDENDA BY NUMBER 
AND DATE. 


Addendum No 


Date 


HMF 
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STATEMENT OF FACTS 


(MINOR CONTRACTS) 

To ACCOMPANY BIOS SUBMITTED FOR _____ 


Name of Bidder _ 
Business Address 


When organized _ 

Where incorporated 
Financial Statement 


Credit available for this contract $. 
Contracts now in hand. Gross Amt. $ 
Remarks:_ 


Bidders must list below work of a similar nature performed in the last 
THREE years: 


Nature of work : Cost : Duration of Contract 


1. 



2. 



3. 




Have you ever refused to sign a contract at your original bid 

Have you ever defaulted on a contract _ 

Remarks:_____ 


Signature 








































STATEMENT OF FACTS 


(MINOR CONTRACTS) 

To ACCOMPANY BIOS SUBMITTED FOR--- 


Name of Bidder _ 
Business Address 


When organized _ 

Where incorporated 
Financial Statement 


Credit available for this contract $. 
Contracts now in hand. Gross Amt. $ 
Remarks ___ 


Bidders must list below work of a similar nature performed in the last 

THREE Y^ARS: 


Nature of work : Cost : Duration of Contract 


1. 



2. 



3. 




YQy ever refused to sign a contract at your original bid 
Have you ever defaulted on a contract — 

Remarks ------ 


Signature 





































STATEMENT OF FACTS 


(MINOR CONTRACTS) 


To ACCOMPANY BIOS SUBMITTED FOR 


Name of Bidder _ 
Business Address 


When organized _ 

Where incorporated . 
Financial Statement 


Credit available for this contract 
Contracts now in hand. Gross Amt. $ 
Remarks:____—^— 


BioDERB MUST list below work of a similar nature performed in the last 
three years: 


Nature or work : Cost : Duration of Contract 


1 ^ 






3. 




Have you ever refused to sign a contract at your original bid 

Have you ever defaulted on a contract ___—-- 

Remarks - - -—- 


Signature 









































STATtlMENT OF FACTS 


(MINOR CONTRACTS) 

To ACCOMPANY BIOS SUBMITTED FOR ---- 


Name of Bidder _ 
Business Address 


When organized _ 

Where incorporated 
Financial Statement 


Credit available for this contract 
Contracts now in hand. Gross Amt. $ 
Remarks:____ 


Bidders must list below work of a similar nature performed in the last 
THREE years: 


Nature of work 

< 

• 

Cost : 

Duration of Contract 

1. 



2. 



3. 




Have you ever refused to sign a contract at your original bid _ 

this OOPY of sbc-f-t 

Have you ever defaulted on a contract _ ti tb y •' i ^^ ' 

Remarks ______ 


Signature 







































(Building)__ 

CERTIFICATE OF DOMESTIC ARTICLES OR MATERIALS 

The undersigned bidder hereby certifies that only such unmanufactured 

ARTICLES, MATERIALS AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE 

United States and only such manufactured articles, materials or supplies 

AS HAVE BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES, 
materials OR SUPPLIES MINED, PRODUCED OR MANUFACTURED, AS THE CASE MAY 

BE IN THE United States, will be used in the work, except as follows: 

A. Articles, materials or supplies manufactured in the United 
States not wholly but substantially all from articles, materials or 
supplies mined, produced or manufactured in the United States. 

Name of Foreign Percentage of 

Article or Material Material Foreign Material 


B. Articles, materials or supplies not mined, produced and/or 
manufactured in the United States. 

Name of Foreign Percentage of 

Article or Material Material Foreign Material 


Signature 


Date___19 _ 

If all exceptions cannot be contained on this form, use additional 
sheets. 


EK 

































(Building)__ 

CERTIFICATE OF DOMESTIC ARTICLES OR MATERIALS 

The undersigned bidder hereby certifies that only such unmanufactured 

ARTICLES, materials AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE 

United States and only such manufactured articles, materials or supplies 

AS HAVE BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES, 
MATERIALS OR SUPPLIES MINED, PRODUCED OR MANUFACTURED, AS THE CASE MAY 

BE IN THE United States, will be used in the work, except as follows: 

A. Articles, materials or supplies manufactured in the United 
States not wholly but substantially all from articles, materials or 
supplies mined, produced or manufactured in the United States. 

Name of Foreign Percentage of 

Article or Material Material Foreign Material 


6. Articles, materials 
manufactured in the United 


OR supplies not 
States. 


MINED, PRODUCED ANd/oR 


Article or Material 


Name of Foreign 
Material 


Percentage of 
Foreign Material 


Signature 


Date_^_, 19 ___ 

If all exceptions cannot be contained on this form, use additional 
sheets. 

EK 
































(Building)_ 

CERTIFICATL OF DOMESTIC ARTICLES OR MATERIALS 

The undersigned bidder hereby certifies that only such unmanufactured 

ARTICLES, materials AND SUPPLIES AS HAVE BEEN MINED OR PRODUCED IN THE 

United States and only such manufactured articles, materials or supplies 

AS HAVE BEEN MANUFACTURED IN THE UNITED STATES, ALL FROM ARTICLES, 
MATERIALS OR SUPPLIES MINED, PRODUCED OR MANUFACTURED, AS THE CASE MAY 

BE IN THE United States, will be used in the work, except as follows: 

A. Articles, materials or supplies manufactured in the United 
States not wholly but substantially all from articles, materials or 

SUPPLIES MINED, PRODUCED OR MANUFACTURED IN THE UNITED STATES. 

Name of Foreign Percentage of 

Article or Material Material Foreign Material 


B. Articles, materials or supplies not mined, produced and/or 
manufactured in the United States. 

Name of Foreign Percentage of 

Article or Material Material Foreign Material 


Signature 


Date___> 19 _ 

If all exceptions cannot be contained on this form, USE additional 

SHEETS. 


EK 


































(Building)_ 

CERTIFICATL OF DOMESTIC ARTICLES OR MATERIALS 

The undersigned bidder hereby certifies that only such unmanufactured 
articles, materials and supplies as have been mined or produced in the 
United States and only such manufactured articles, materials or supplies 
as have been manufactured in the United States, all from articles, 

MATERIALS OR SUPPLIES MINED, PRODUCED OR MANUFACTURED, AS THE CASE MAY 

BE IN THE United States, will be used in the work, except as follows: 

A. Articles, materials or supplies manufactured in the United 
States not wholly but substantially all from articles, materials or 
supplies mined, produced or manufactured in the United States. 

Name of Foreign Percentage of 

Article or Material Material Foreign Material 


B. Articles, materials or supplies not mined, produced and/or 

MANUFACTURED IN THE UNITED STATES. 

Name of Foreign Percentage of 

Article or Material Material Foreign Material 


SI gnature____ 

Date_, 19 ___ 

If all exceptions cannot be contained on this form, use additional 

SHEETS. 

EK 


THXS OOVH of 

. 1 >.rr’ V 


tob« 



































CJhflnges In apape all tmenta* 


Denver, Colorado, U*3*Kint 


4 


PW-S 


Jemee D. Owens 

Denver, Colorado, 
June 4, 1936. 


Supervising Engineer, 
Public Works Branch, 
Procurement Division, 
Washington, D. C. 

Sir: 


In r ference to the construction and remodeling 
of the U. S. Mint in >enver, Colorado, contained here¬ 
with is a letter from Kr. Mark A. Skinner, Superintendent 
of Mint, dated June 4, 19;5e, requesting that there be 
provided and installed suitsble vault compartment doors 
on the sixteen compartments first floor level Vault #1. 

The present contract provides for the compartment 
and partition segregation on the first floor of this 
vault but does not provide for doors. 

The Question of furniehlng doors for these compart¬ 
ments has been studied with e view to erecting substantial 
doors, together with side paneling with connections to the 
precent columns, that would permit the stacking of bullion 
and coin up to and against such paneling. 

To accomplish this purpose it is suggested that we 
adopt the typical compartment door illustrated on structural 
drawing #411 with standard channels as side jambs and channel 
header rlvhted to the present column - all as indicated by 
sketch herewith attached. The nature of the vault construction 
on the first floor level is such that the proposed doors end 
jambs can be installed during the erection of this vault steel 
or any time thereafter.. 

Complying with the Mint Director’s request for such an 
arrangement and instelletion, I have taken the liberty of 
obtaining and enclosing contractor’s proposal in th amount of 
#3807.96 for providing and installing the compartment doors 
as proposed above. 


Chcnges In space allotnicnta. Pg* Z 


The Mint Superlntendon t*8 contentions are that 
unless these oorapartBients haye proper segregation^ tnd can 
be treated moire or less Indlyldually^ It would be necessary 
to weigh all the contents In the entire yault at eyery 
settlement period. Such an unierteklng would entail an 
endless amount of useless work and expense. 

A check of the contractor’s proposal reveals It to 
be fair and reasonable. The proposed arraggement of doors 
and jambs Is reconmended as being substantial and practical 
for the conditions to be met. Funds being eyeileble, I hereby 
recommend the acceptance of the contractor’s proposal and the 
work Installed In accordance with the proposed plsn. 

Attention Is called to the 45 days time reauested by the 
contractor. Such renuest to perform the work appears fair 
and reasonable^ as It will take at least 30 da 3 r 8 to obtain 
the necessary materials for the fabrication. Should authoriz¬ 
ation for the work be made at an early date , pert of the time 
reonested could run concurrent with the present contract time. 

Yours very truly, 

James D. Owens 


Construction Engineer. 





tHn Uimt 5»p#rlBWn4«Bt»n %oa%m%l» m ^ 
te ^nntni m&t9 •!* !••• In^SlTliunllJ* **?i^»* mwmrv 

Xi Jiuh aittn contmxm In Hit mtlrm ^mnlt ^ 

mtiUmmX Mrind* Sunli -n wilnrtiklii* mulA ••Ull •• 

”*f%innlnnn -id 


A ^tk •f tin oontrwtcrU If 2or« 

kn fnlr * 1 ^ rnnnno«kXn« thn pwponnj w««tln«l 

U wnoMwndnd nn b«lnf ^ 

thT^aBdiuSnS bn m%. WmAB bnlng ^nmUnU#. XJbn^y 

: Innteilnd la ncenrdnnnn with Ihn pjoponna pi. n# 
mbA roM»n»kl«» M tt «U t«» •» * afcwdd with»rl»» 

^••Md ISUTfis «w»urr«t wtth tL pr*.«>t oontt««t tl«*. 

truly# 


Jrnmm O. ©WBP 





sis; 





lJua* 4* 193i 


lir* Jams 0* 0«Mia» 

Ooiuitniaticii 

Iji duurgit of Oporatlono* 

]>oavor» Colorado* 

Door Sir* 

Tho ploAO for tho BoXtor «ad roflnorU oorktog ronlt la 
tho aow otoragi rault aador ooBOiruotiaa Aow tbo Bajor portloa 
af tlio rooB to ko diridod la coBpartBoato alili otool partitlo«o» 
kttt ao dooro aro proTldod. Dooro aro quito ooooatlal to tko oaoeooo^ 
ful oporatloB of a vaalt of thlo dfcBraotor. Iloloao tkooo ooBpart- 
BOBfco eaa bo eloood. lookod aad pUood aador .aal It alU bo aocoio- 
ax7 to wl^ oaob bar of bulUoa ooatalaod la tho oatlra raalt at 
arary oottloBoat porlod, idilcb wouM roqalra aa aadlota oBouat of 
ttaoloaa work. I would thoroforo roquoot that a saltahlo otool 
door» with lock, bo iaoiallod ca each ooapartBCot. 

Kaapcotfully, 



SEVENTH AND LAWRENCE STREETS 

DENVER, COLORADO 

TELEPHONE MAIN 9314 


Jtme 4^ 1996 


Procurement DiTision 

Public v/orke Branch 

Treasury Department 

Kr* Jeuaea D. Owene, Conetr* i^nglneer 

0. S- Mint ^i<ldltlon 

DenTor, Colorado• 

Dear 3lr: HE; U. 8. MINT 


In oonneotion with our contract 01 PN 2SO0 for the 


remodeling and extension of the U* s* ^Int, Denver^ Colorado, 
we are pleased to quote you the earn of THREE THOUSAND EIGHT 
HUNDRED SEVEN DOLU\RS A1<D NINETY SIX CENTS (|S,807.96), addi¬ 
tional to our contract, for furnishing the necessary labor and 
material for the construction of sixteen doors and partitions 
for the first i r of Vault #1^ In eocordence with attached 
drawing dated 6 56, 



\7e give you herewith an Itenizsd breakdown of our 

figure; 


Miscellaneous Steel 


93,414.98 


Painting 


46.60 3,461.78 

346.18 

93,807.96 


Plus I0f» 


\7e attach hereto sub-stantlating (flotation received 
from our sub-contractor. Midwest Steel and Iron v»ork8 Company. 

The above work will require an extension of time of 
forty-five (45) days to our contract period. 


Respectfully subnltted, 

F. J. KIRCWIOP CONSTRUCTION CO 



aBr^M 


4 











ALBERT G. FISH, Pres and Treas. 


H. J. LUMPP. VlCE-PRES. 

ESTABLISHED 1894 

ADDRESS ALL COMMUNICATIONS TO THE COMPANY 


IRA C. BOWER. 


The Midwest Steel & Iron Works Co. 

(INCORPORATED) 


STRUCTURAL STEEL AND ORNAMENTAL 


ALL AGREEMENTS SUBJECT TO STRIKES, 
ACCIDENTS, OR OTHER CAUSES 
BEYOND OUR CONTROL 

1.0CAL AND Long Distance Telephone 
MAIN 4175 



IRON 

OFFICE, NO. 25 LARIMER ST. 
Factory and Yards: 

1318 TO 1346 First Street 
DENVER, COLO. 

BRANCH OFFICE: 

BOX NO. 2184, STATION A 
PUEBLO, Colo. 


Denver. Colorado 




KlrehlMf Constraetloa 
Colorsdo 


GcntlsMat 


S« iklsassd to xou tLs follovinn 

Itsalssd prioo for BStcrlsX Xsbor to bs utod in ths 
construction of Boors sod Partitions for first floor 
▼aolts* St tho o. Iflstt^ PsnTsr^ Colorado^ In sccordsnco 
v.lth s>i0teh sttjjcnodi thors srs to b« 16 of tbsso opsolnes* 


Msterisl £X.2«^ • 6*95*.*** 
fisrdVLro • 16 sots • |14»00** 
Pr3;ftlng««««*******«*»**»«*»« 

Slaop Lybor and OYOz^hssd 626 
PeXlTory*.•••••••••••••♦••••• 

Iroetloo^ 479 hours • 2»00« 


.•••••••••••••«.••••1838*98 

. £24*00 

. .. 75«00 

••*••••«*••••••••••* 50*00 

hours 6 X*S0**««« **1239*00 
. 30*00 

.sM 


Scspsctfuliy subnlttod^ 



wsgA 










W&stalngion^ Jul;^ 17# 1956, 5l08 P.M, 

♦ , • 

Engineer Owens V' ^ 

IJ. S, lll^t \ 4 

Denver# Colorado, ; 


lours Jiaife 4 and July 14 and offion,'tslegrain July 16 a^l reference 

co«part«tot''door8 vault on Denver Ittjct drawlogo and specif|.oations 

bei^ 6>eaA you air nail to obtaiaVdOnpetitive bids in usui^ Banner 
incite i 

amd nsfcjtfy present contractors andiother fims performing -^Hs^kind 

of work to bid. ^ ^ 

; G, RobesIjN 

Vii ■> i 


I 


9 

Received 

Denver mint 8 A,lt, 

J,K,L, 









i 


muli Nc / Cor7n^(UZ^^^ Iks (6(xa/^r,r^h) 






